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INVITATIOl')  FOR  3IDS 

The  Boston  Redevelopment  Authority  will  receive  sealed 
Bids  for  Demolition  of  buildings  and  structures  and  Site  Clear- 
ance in  the  Government  Center  Project,  Project  No,  Mass,  R-35* 
located  in  the  Downtown  North  District,  City  of  Boston,  Mass- 
achusetts, until  12:00  M.,  Standard  Time  on  the  11th  day  of 
December  1962,  at  73  Tremont  Street,  Room  350,  Boston,  Massachu- 
setts, at  which  time  and  place  all  Bids  will  be  publicly  opened 
and  read  aloud. 

The  work  will  consist  of  Demolition  and  Site  Clearance  of 
about   191  one  to  seven  story  structures  (approximately  28,2 
million  cubic  feet  excluding  basement  cube)  mostly  of  mill, 
brick  masonry  and  reinforced  concrete  construction,  the  dispos- 
al of  all  demolished  materials,  the  filling  of  excavations  and 
cellar  holes  and  the  general  cleaning  up  of  the  site  all  in 
accordance  with  the  plans  and  specifications. 

Special  attention  is  called  to  Section  16.3  of  the  "In- 
structions to  Bidders"  of  the  Contract  Documents. 

Proposed  forms  of  Contract  Documents,  including  Drawings 
and  Technical  Specifications,  are  on  file  at  the  office  of  the 
Boston  Redevelopment  Authority  at  73  Tremont  Street,  Room  3^0, 
Boston,  Massachusetts, 

Copies  of  the  Contract  Documents  may  be  obtained  by  de- 
positing $25,00  in  cash  or  a  certified  check  payable  to  the 
Boston  Redevelopment  Authority,  with  the  Boston  Redevelopment 
Authority  for  each  set  of  documents  so  obtained.   Each  such 
deposit  will  be  refunded  if  the  Drawings  and  Contract  Documents 
are  returned  in  good  condition  v:ithin  ten  (10)  days  after  Bid 
opening. 


Bids  shall  be  accompanied  by  cash  or  a  certified  check  on, 
or  a  treasurer's  or  cashier's  check  issued  by  a  responsible  bank 
or  trust  company,  payable  to  the  Boston  Redevelopment  Authority 
in  an  amount  equal  to  ten  percent  {lOfo)    of  each  proposal  for 
Demolition  and  Site  Clearance  (not  in  excess  of  ^50,000). 

A  performance  Bond  and  also  a  Labor  and  Material  or  Payment 
Bond,  each  of  a  surety  company  qualified  to  do  business  under 
the  laws  of  the  Commonv/ealth  and  satisfactory  to  the  Authority 
and  each  in  the  sum  of  one  hundred  percent  (100^)  of  the  total 
cost  of  demolition,  as  set  forth  in  Section  4.0  of  the  "Bid  for 
Demolition  and  Site  Clearance",  v;ill  be  required  of  successful 
Bidder, 

Attention  is  called  to  the  fact  that  not  less  than  the 
minimum  salaries  and  wages  set  forth  in  the  Contract  Documents 
must  be  paid  on  this  project.   Attention  is  also  called  to  the 
requirements  relating  to  Workmen's  Compensation  and  conditions 
of  employment. 

The  Boston  Redevelopment  Authority  reserves  the  right  to 
reject  any  or  all  Bids  or  to  v/aive  any  informalities  in  bidding, 
if  it  be  in  the  public  interest  so  to  do. 

Bids  may  be  held  by  the  Boston  Redevelopment  Authority  for 

a  period  not  to  exceed  thirty  (30)  days  from  the  date  of  the 

opening  of  Bids  for  the  purpose  of  reviewing  the  Bids  and 

investigating  the  qualifications  of  the  Bidders,  prior  to 

awarding  of  the  Contract. 

BOSTON  REDEVELOPMENT  AUTHORITY 

BY   Rt.  Rev.  Msgr.  Francis  J.  Lally 

Chairman 
Date:   November  20,  1962 


INSTRUCTIONS  TO  BIDDERS 

1.0    USE  OF  SEPARATE  BID  FORMS 

These  Contract  Documents  include  complete  sets  of  bidding 
and  Contract  forms.   These  are  for  the  convenience  of  Bidders 
and  are  not  to  be  detached  from  the  Contract  Documents  or  filled 
out,  or  executed.   Separate  copies  of  Bid  forms  are  furnished 
for  that  purpose. 

2.0    INTERPRETATIONS  OR  ADDENDA 

No  oral  interpretation  will  be  made  to  any  Bidder  as  to 
the  meaning  of  the  Contract  Documents  or  any  part  thereof.   Every 
request  for  such  an  interpretation  shall  be  made  in  writing  to 
the  Boston  Redevelopment  Authority,  hereinafter  called  the 
"Authority".   Any  inquiry  received  seven  or  more  days  prior  to 
the  date  fixed  for  the  opening  of  Bids  will  be  given  considera- 
tion.  Every  interpretation  made  to  a  Bidder  will  be  in  the  form 
of  an  Addendum  to  the  Contract  Documents  and  when  issued  will 
be  on  file  in  the  office  of  the  Authority  at  least  five  days 
before  Bids  are  opened.   In  addition,  all  Addenda  will  be  mailed 
to  each  person  holding  Contract  Documents,  but  it  shall  be  the 
Bidder's  responsibility  to  make  inquiry  as  to  the  Addenda  issued. 
All  such  Addenda  shall  become  part  of  the  Contract  Documents 
and  all  Bidders  shall  be  bound  by  such  addenda,  whether  or  not 
received  by  the  Bidders. 

3.0    INSPECTION  OF  SITE 

Each  Bidder  should  visit  the  site  of  the  proposed  work 
and  fully  acquaint  himself  with  the  conditions  there  relating 
to  the  Demolition  and/or  Site  Clearance  and  should  inform  him- 
self as  to  the  facilities  involved,  the  difficulties  and  the 
restrictions  attending  the  performance  of  the  Contract.   The 
Bidder  shall  thoroughly  examine  and  familiarize  himself  with 
the  Drawings,  Technical  Specifications  and  all  other  Contract 
Documents.   The  Contractor  by  the  execution  of  the  Contract 
shall  in  no  wise  be  relieved  of  any  obligation  under  it  due  to 
his  failure  to  receive  or  examine  any  form  or  legal  instrument 
or  to  visit  the  site  and  acquaint  himself  v;ith  the  conditions 
there  existing  and  the  Authority  will  be  justified  in  rejecting 
any  claim  based  on  facts  regarding  which  he  should  have  been 
on  notice  as  a  result  thereof. 

4.0    RELEASE  OF  BUILDINGS,  SEQUENCE  OF  WORK 

Bidders  are  referred  to  the  SPECIAL  CONDITIONS  for  in- 
formation regarding  the  manner  in  which  the  existing  buildings 
will  be  released  and  the  site  made  available  for  Demolition 
purposes,  and  the  sequence  in  which  the  Demolition  work  will 
be  performed. 


5.0    ALTERNATIVE  BIDS 

Alternative  Bids  will  not  be  considered. 
6.0    BIDS 

6.1  All  Bids  must  be  submitted  on  forms  supplied  by  the 
Authority  and  shall  be  subject  to  all  requirements  of  the  Con- 
tract Documents  including  the  Drawings,  and  these  INSTRUCTION 
TO  BIDDERS.   All  Bids  must  be  regular  in  every  respect  and  no 
interlineations,  excisions  or  special  conditions  shall  be  made 
or  included  in  the  Bid  Form  by  the  Bidder. 

6.2  Bid  Documents  shall  be  enclosed  in  envelopes  (outer 
and  inner) ,  both  of  which  shall  be  sealed  and  clearly  labeled 
with  the  words  "Demolition  and  Site  Clearance  Bid  Documents", 
the  project  number,  name  of  Bidder,  and  date  and  time  of  open- 
ing so  as  to  guard  against  premature  opening  of  any  Bid. 

6.3  The  Authority  may  consider  as  irregular  any  Bid  on 
which  there  is  an  alteration  of  or  departure  from  the  Bid  form 
hereto  attached  and  at  its  option  may  reject  the  same. 

6.4  The  Contract  will  be  av;arded  by  the  Authority  to  a 
responsible  Bidder  on  the  basis  of  the  Bid  most  favorable  to 
the  Authority.   The  Contract  will  require  the  completion  of 
work  according  to  the  Contract  Documents  and  Drawings,  together 
with  all  addenda  thereto. 

6.5  Each  Bidder  shall  include  in  his  Bid,  in  the  appro- 
priate spaces  in  Section  4.0  on  the  bid  sheet,  the  estimated 
cost  of  performing  the  work  of  Demolition  and  Site  Clearance 
including  all  items  of  overhead  and  v;ithout  credit  for  salvaged 
materials,  in  addition  to  showing  the  amount  of  his  Bid  in 
Section  3.0  of  the  bid  sheet.   These  two  figures  are  necessary 
in  order  to  obtain  a  "Breakdovm  of  Contract  Price"  in  accordance 
with  Section  105.2.   The  Total  Cost  of  demolition  required  in 
Section  4.0  of  the  bid  sheet  is  necessary  because  the  "Perfor- 
mance Bond"  must  be  equal  to  this  amount  where  the  actual  Bid 

in  Section  3.0  of  the  bid  sheet  may  be  less  than  this  amount. 

7.0    BID  GUARANTY 

7.1   The  Bid  shall  be  accompanied  by  cash  or  a  certified 
check  on,  or  a  treasurer's  or  cashier's  check  issued  by,  a 
responsible  bank  or  trust  company,  payable  to  the  Boston  Re- 
development Authority.   The  amount  of  such  cash  or  check  shall 
be  ten  percent  (10^)  of  the  proposal  for  Demolition  and  Site 
Clearance  (not  in  excess  of  $50,000).   The  bid  guaranty  shall 
insure  the  execution  of  the  Contract  and  the  furnishing  of  the 
Surety  Bonds  by  the  successful  bidder,  all  as  required  by  the 
Contract  Documents. 


7.2  Revised  Bids  submitted  before  the  opening  of  Bids, 
whether  forwarded  by  mail  or  telegram,  if  representing  an  in- 
crease in  excess  of  two  percent  (2%)    of  the  original  Bid,  must 
have  the  Bid  guaranty  adjusted  accordingly;  otherwise  the  Bid 
will  not  be  considered. 

7.3  Bid  deposits,  except  those  of  the  three  lowest  res- 
ponsible and  eligible  bidders,  shall  be  returned  within  five 
days,  Sundays  and  Holidays  excluded,  after  the  opening  of  pro- 
posals, 

8.0    COLLUSIVE  AGREEMENTS 

8.1  Each  Bidder  submitting  to  the  Authority  a  Bid  for 
any  portion  of  the  v/ork  contemplated  by  the  bidding  documents 
shall  execute  an  affidavit  in  the  form  herein  provided.,  to  the 
effect  that  he  has  not  colluded  with  any  other  person,  firm  or 
corporation  in  regard  to  any  Bid  submitted.   Such  affidavit 
shall  be  attached  to  the  Bid, 

8.2  Failure  on  the  part  of  any  Bidder  to  observe  this 
provision  shall  be  cause  for  rejection  of  his  Bid. 

9.0    STATEflENT  OF  BIDDER'S  QUALIFICATIONS 

Each  Bidder  shall  submit  on  the  form  furnished  for  that 
purpose,  a  copy  of  which  is  included  in  the  Contract  Documents, 
a  statement  of  the  Bidder's  qualifications,  his  Demolition  ex- 
perience, and  his  organization  and  equipment  available  for  the 
work  contemplated;  and  when  specifically  requested  by  the 
Authority,  a  detailed  financial  statement.   The  Authority  shall 
have  the  right  to  take  such  steps  as  it  deems  necessary  to  deter- 
mine the  ability  of  the  Bidder  to  perform  his  obligations  under 
the  Contract,  and  the  Bidder  shall  furnish  the  Authority  all 
such  information  and  data  for  this  purpose  as  it  may  request. 
The  right  is  reserved  to  reject  any  Bid  where  an  investigation 
of  the  available  evidence  or  information  does  not  satisfy  the 
Authority  that  the  Bidder  is  qualified  to  carry  out  properly 
the  terms  of  the  Contract. 

10.0   CORRECTIONS 

Erasures  or  other  changes  in  the  Bid  must  be  explained  or 
noted  over  the  signature  of  the  Bidder. 

11.0   TIME  FOR  RECEIVING  BIDS 

11.1   Bids  received  prior  to  the  time  of  opening  will  be 
securely  kept  unopened.   The  officer  whose  duty  it  is  to  open 
them  will  decide  when  the  specified  time  has  arrived,  and  no 
Bid  received  thereafter  will  be  considered;  except  that  when 
a  Bid  arrives  by  mail  after  the  time  fixed  for  opening,  but 
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before  the  reading  of  other  bids  is  completed,  and  it  is 
shown  to  the  satisfaction  of  the  Authority  that  the  non-arrival 
on  time  was  due  solely  to  delay  in  the  mails  for  which  the 
Bidder  was  not  responsible,  such  Bid  will  be  received  and  con- 
sidered. 

11.2   Bidders  are  cautioned  that,  while  telegraphic  modi- 
fications of  Bids  may  be  received  as  provided  above,  such 
modifications,  if  not  explicit  and  if  in  any  sense  subject  to 
misinterpretation,  shall  make  the  Bid  so  modified  or  amended, 
subject  to  rejection, 

12.0   OPENING  OF  BIDS 

At  the  time  and  place  fixed  for  opening  of  Bids,  the 
Authority  will  cause  to  be  opened  and  publicly  read  aloud  every 
Bid  received  within  the  time  set  for  receiving  Bids,  irrespec- 
tive of  any  irregularities  therein.   Bidders  and  other  persons 
properly  interested  may  be  present,  in  person  or  by  represen- 
tative, 

13.0   WITHDRAWAL  OF  BIDS 

Bids  may  be  withdrawn  on  written  or  telegraphic  request 
dispatched  by  the  Bidder  in  time  for  delivery  in  the  normal 
course  of  business  prior  to  the  time  fixed  for  opening;  provided, 
that  written  confirmation  or  any  telegraphic  withdrawal  over 
the  signature  of  the  Bidder  is  placed  in  the  mail  and  postmarked 
prior  to  the  time  set  for  Bid  opening.   The  Bid  guaranty  of  any 
Bidder  withdrawing  his  Bid  in  accordance  with  the  foregoing 
conditions  will  be  returned  promptly. 

14.0   AWARD  OF  CONTRACTS:    REJECTION  OF  BIDS 

14.1  The  Contract  will  be  awarded  to  the  lowest  respon- 
sible Bidder  complying  v/ith  the  conditions  of  the  INVITATION 
FOR  BIDS,  provided  such  Bid  is  reasonable  and  it  is  to  the 
interest  of  the  Authority  to  accept  it  and  who  shall  certify 
that  he  is  able  to  furnish  labor  that  can  work  in  harmony  with 
all  other  elements  of  labor  employed  or  to  be  employed  on  the 
work.   The  Authority,  however,  reserves  the  right  to  reject  any 
and  all  Bids  and  to  waive  any  informality  in  Bids  received  when- 
ever such  rejection  or  waiver  is  in  its  interest.   The  award 

of  the  Contract  will  be  made  within  thirty  (30)  days  after 
approval  by  the  Urban  Renewal  Administration  of  the  proposed 
award. 

14.2  The  Authority  reserves  the  right  to  consider  as  un- 
qualified to  perform  the  Contract  any  Bidder  who  does  not 
habitually  perform  with  his  own  forces  the  major  portions  of 
the  work  involved  in  the  Demolition  and  Site  Clearance. 


14.3  The  ability  of  any  Bidder  to  obtain  a  performance 
bond  will  not  be  regarded  as  the  sole  test  of  such  Bidder's 
competency  or  responsibility. 

14.4  The  Authority  will  not  award  the  Contract  to  any 
Contractor  who  is,  at  the  time,  ineligible  under  the  provisions 
of  any  applicable  regulations  issued  by  the  Secretary  of  Labor, 
United  States  Department  of  Labor,  or  is  not  qualified  under 
applicable  local  or  State  laws. 

15.0   EXECUTION  OF  AGREEMENT:    PERFORMANCE  AND  PAYflENT  BOND 

15.1  If  the  Bidder  selected  as  the  Contractor  fails  to 
execute  the  Contract  therefor  within  five  (5)  days,  Sundays  and 
Holidays  excluded,  after  presentation  by  the  Authority,  in  the 
form  included  in  the  Contract  Documents  in  such  number  of  copies 
as  the  Authority  may  require,  an  award  shall  be  made  to  the  next 
lowest  responsible  and  eligible  Bidder  thereon. 

15.2  Having  satisfied  all  conditions  of  award  as  set 
forth  elsewhere  in  these  Documents,  the  successful  Bidder  shall, 
within  the  period  specified  in  the  Section  15.1  above,  furnish 

a  Performance  Bond  and  also  a  Labor  and  Materials  or  Payment 
Bond,  each  of  a  surety  company  qualified  to  do  business  under 
the  Laws  of  the  Commonvrealth  and  satisfactory  to  the  Authority 
and  each  in  the  sum  of  one  hundred  percent  (100^)  of  the  total 
cost  of  demolition,  as  set  forth  in  Section  4.0  of  the  "Bid 
for  Demolition  and  Site  Clearance",  as  security  for  the  faithful 
performance  of  the  Contract,  and  for  the  payment  of  all  persons, 
firms  or  corporations  to  v>rhora  the  Contractor  may  become  legally 
indebted  for  labor,  materials,  tools,  equipment,  or  services  of 
any  nature,  including  utility  and  transportation  services,  em- 
ployed or  used  by  hi.r.  in  performing  the  work.   Such  Bonds  shall 
be  in  the  same  form  as  that  included  in  the  Contract  Documents 
and  shall  bear  the  same  date  as,  or  a  date  subsequent  to  the 
date  of  the  Contract.   The  current  power  of  attorney  for  the 
person  v:ho  signs  for  any  surety  company  shall  be  attached  to 
such  Bonds. 

15.3  Should  the  Bidder  to  whom  an  award  is  made  fail  to 
execute  a  contract  therefor  v/ithin  five  (5)  days,  Sundays  and 
Holidays  excluded,  after  presentation  thereof,  the  amount  so 
received  as  bid  deposit  from  such  Bidder  through  his  cash, 
certified  check,  treasurer's  or  cashier's  check  shall  become 
and  be  the  property  of  the  Authority  as  liquidated  damages;  pro- 
vided, that,  in  case  of  death,  disability  or  other  unforeseen 
circumstances  affecting  the  Bidder,  such  a  bid  deposit  may  be 
^returned  to  him. 

16.0   WAGES  iiND  SALARIES 

16.1   Attention  of  Bidders  is  particularly  called  to  the 


requirements  concerning  the  payment  of  not  less  than  the  pre- 
vailing wage  and  salary  rates  specified  in  the  Contract  Docu- 
ments and  the  conditions  of  employment  with  respect  to  certain 
categories  and  classifications  of  employees.   See  GENERAL  CON- 
DITIONS PART  II  and  PART  III. 

16.2  The  rates  of  pay  set  forth  under  GENERAL  CONDITIONS, 
PART  II  and  PART  III,  are  the  minima  to  be  paid  during  the  life 
of  the  Contract.   It  is  therefore  the  responsibility  of  Bidders 
to  inform,  them.selves  as  to  the  local  labor  conditions  such  as 
the  length  of  work  day  and  work  week,  overtime  compensation, 
health  and  welfare  contributions,  labor  supply  and  prospective 
changes  or  adjustment  of  rates. 

16.3  Attention  of  Bidders  is  directed  to  Section  205.0 
CONTRACT  V'ORK  HOURS  STANDARDS  ACT  -  CVERTIflE  COMPENSATION, 
Section  402,0  TIME  OF  COMPLETION,  Section  403.0  NOTICE  TO  PRO- 
CEED and  to  the  amount  of  work  to  be  accomplished  v/ithin  the 
contract  time.   Since  time  is  of  the  essence,  the  Contractor 
shall  be  prepared  to  supply  the  men  and  equipment  and  work  the 
necessary  hours  up  to  sixty  (60)  hours  a  week  in  order  to  meet 
the  time  schedule  of  the  Authority  and  perform  the  work  in  such 
order  as  the  Authority,  in  its  discretion,  may  direct.   Any 
overtime  work  shall  be  at  no  additional  cost  to  the  Authority. 
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BID  FOR  DEMOLITION  AND  SITE  CLEARANCE 

GENERAL  CONTRACTOR 
TO  THE  BOSTON  REDEVELOPr^NT  AUTHORITY 

1.0   The  undersigned  proposes  to  furnish  all  labor,  mater- 
ials and  equipment  required  for  the  Demolition  and  Site  Clearance; 
at  the  Government  Center  Project,  Project  No.  Mass.  R-35,  located 
in  the  Downtown  North  District,  City  of  Boston,  Massachusetts, 
for  the  Boston  Redevelopment  Authority  in  accordance  with  the 
accompanying  plans,  specifications,  all  Contract  Documents  and 

addenda  niombered ,  for  the  sum  specified  below  subject 

to  additions  and  deductions  according  to  the  specifications  and 
in  all  respects  according  to  the  terms  thereof. 

2,0   The  undersigned  agrees  that  he  will  v;ithin  five  (5) 
days,  Sundays  and  Holidays  excluded,  after  presentation  thereof 
by  the  Authority,  execute  the  Contract  in  such  niimber  as  may  be 
required,  and  furnish  a  Performance  Bond  and  also  a  Labor  and 
Materials  or  Payment  Bond,  each  of  a  surety  company  qualified 
to  do  business  under  the  laws  of  the  Commonwealth  and  satisfac- 
tory to  the  Authority  and  each  in  the  sum  of  one  hundred  percent 
(100^)  of  the  total  cost  of  demolition  as  set  forth  in  Section 
4.0  below,  the  premiums  for  which  are  to  be  paid  by  the  Contrac- 
tor and  are  included  in  the  contract  price. 

3.0   The  proposed  contract  siom  is 

dollars  {^,  )  , 


in  addition  to  and  above  the  value  of  such  salvage  materials 
specified  to  become  the  property  of  the  Contractor. 


4.0   The  estimated  cost  of  Demolition  and  Site  Clearance, 
including  overhead  and  without  credit  for  salvage,  is  the  sum  of 

dollars 

(^  ).   The  estimated  cost  stated  above  may  be  more 

but  shall  not  be  less  than  the  sum  bid  in  Section  3.0  of  the  bid. 

5.0   Attached  hereto  is  an  affidavit  in  proof  that  the 
undersigned  has  not  colluded  with  any  person  in  respect  to  this 
Bid  or  any  other  Bid  for  the  Contract  for  v/hich  this  Bid  is  sub- 
mitted.  Also  attached  is  a  statement  of  Bidder's  qualifications. 

6.0   The  Bidder  is  prepared  to  submit  a  financial  state- 
ment upon  request. 

Date ,  19 


(Name  of  Bidder) 


Official  Address:  By 


Title 


Note:   If  the  Bidder  is  a  corporation,  indicate  State  of  incor- 
poration under  signature,  and  affix  corporate  seal;  if  a  partner- 
ship, give  full  names  and  residential  addresses  of  all  partners; 
and  if  an  individual,  give  residential  address  if  different  from 
business  address. 
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NON-COLLUSION  AFFIDAVIT  OF  PRIME  BIDDER 


State  of ) 

)  ss. 
County  of ) 


,  being  first  duly  sworn, 


deposes  and  says  that: 

1.0   He  is  (owner,  partner,  officer,  representative,  or 
agent)  of ,  the  Bidder  that 

has  submitted  the  attached  Bid: 

2.0  He  is  fully  informed  respecting  the  preparation  and 
contents  of  the  attached  Bid  and  of  all  pertinent  circumstances 
respecting  such  Bid; 

3.0   Such  Bid  is  genuine  and  is  not  a  collusive  or  sham  bid; 

4.0   Neither  the  said  Bidder  nor  any  of  the  officers,  part- 
ners, owners,  agents,  representatives,  employees  or  parties  in 
interest,  including  this  affiant,  has  in  any  way  colluded,  con- 
spired, connived  or  agreed,  directly  or  indirectly  with  any  other 
Bidder,  firm  or  person  to  submit  a  collusive  or  sham  Bid  in  con- 
nection with  the  Contract  for  which  the  attached  Bid  has  been  sub- 
mitted or  to  refrain  from  bidding  in  connection  with  such  Contract, 
or  has  in  any  manner,  directly  or  indirectly,  sought  by  agreement 
or  collusion  or  communication  or  conference  with  any  other  Bidder, 
firm  or  person  to  fix  the  price  or  prices  in  the  attached  Bid  or 
of  any  other  Bidder,  or,  to  fix  any  overhead,  profit  or  cost  ele- 
ment of  the  bid  price  or  the  bid  price  of  any  other  Bidder,  or  to 
secure  through  any  collusion,  conspiracy,  connivance  or  unlawful 
agreement  any  advantage  against  the  Boston  Redevelopment  Authority 
or  any  person  interested  in  the  proposed  Contract;  and 

5.0   The  price  or  prices  quoted  in  the  attached  Bid  are 
fair  and  proper  and  are  not  tainted  by  any  collusion,  conspiracy, 
connivance  or  unlav/ful  agreement  on  the  part  of  the  Bidder  or  any 
of  its  agents,  representatives,  owners,  employees,  or  parties  in 
interest,  including  this  affiant, 

(Signed) 


Title 
Subscribed  and  sworn  to  before  me 

this day  of ,  19 


Title 
My  commission  expires 
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STATEMENT  OF  BIDDER'S  QUALIFICATIONS 
(Demolition  and  Site  Clearance  Contractor) 

All  questions  must  be  answered  and  the  data  given  must  be  clear 
and  comprehensive.   This  statement  must  be  notarized.   If  neces- 
sary, questions  may  be  answered  on  separate  attached  sheets. 
The  Bidder  may  submit  any  additional  information  he  desires* 

1,0   Name  of  Bidder. 

2.0   Permanent  main  office  address, 

3.0   When  organized. 

[j..0    If  a  corporation,  where  incorporated. 

5.0   How  many  years  have  you  been  engaged  in  demolition  under 
your  present  firm  or  trade  name?  Are  you  a  licensed 
building  wrecker  in  accordance  with  the  provisions  of 
Chapter  l(.79,  Acts  of  1938,  as  amended,  sections  111  and 
120  (d)? 

6,0   Contracts  on  hand:   (Schedule  these,  showing  gross  amount 
of  each  contract  and  the  appropriate  anticipated  dates 
of  completion. ) 

7.0   General  character  of  work  performed  by  you. 

8«0   Have  you  ever  failed  to  complete  any  work  awarded  to  you? 
If  so,  where  and  why? 
9.0  Have  you  ever  defaulted  on  a  contract?   If  so,  where  and 
why? 
10.0   List  the  more  important  contracts  recently  completed  by 

you,  stating  approximate  cost  for  each,  and  the  month  and 
year  completed, 
11,0   List  in  the  following  categories  the  equipment  owned  by 

the  Contractor  and  which  shall  be  available  for  this  con- 
tract : 
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11.1  Crawler  Cranes  (number,  sizes  and  length  of  booms), 

11.2  Truck  Cranes  (number,  sizes  and  length  of  booms), 

11.3  Bulldozers  (number  and  sizes), 

11. U  Front  Loaders  (number  and  capacities), 

11.5  Dump  Trailers  (number  and  capacities), 

11.6  Dump  Trucks  (number  and  capacities), 

12,0  List  in  the  following  categories  the  equipment  which  can 
be  leased  or  rented  from  other  sources  and  which  can  be 
made  available  for  this  contract: 

12.1  Crawler  Cranes  (number,  sizes  and  length  of  booms), 

12.2  Truck  Cranes  (number,  sizes  and  length  of  booms). 

12.3  Bulldozers  (number  and  sizes), 

12,14.  Front  Loaders  (number  and  capacities), 

12.5  Dump  Trailers  (number  and  capacities), 

12.6  Dump  Trucks  (number  and  capacities), 

12.7  From  what  sources  will  this  additional  equipment  be 
leased  or  rented, 

13.0  Experience  in  Demolition  and  Site  Clearance  work  similar 

in  importance  to  this  project, 
1L(.,0  Background  and  experience  of  the  principal  members  of 

your  organization  including  the  officers, 
15.0  Give  bank  reference, 
16.0  VJill  you,  upon  request,  fill  out  a  detailed  financial 

statement  and  furnish  any  other  information  that  may  be 

required  by  the  Boston  Redevelopment  Authority? 
17.0  The  undersigned  hereby  authorizes  and  requests  any  person, 
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firm,  or  corporation  to  furnish  any  information  requested 
by  the  Boston  Redevelopinent  Authority  in  verification  of 
the  recitals  comprising  this  Statement  of  the  Bidder's 
Qualifications. 

Dated  at this day  of 

,  19_. 


By_ 


(Name  of  Bidder) 


Title 


State  of_ 
County  of_ 


)  ss. 


that  he  is 


_being  duly  sworn,  deposes  and  says 


of 


(Name  of  Organization) 
and  that  the  answers  to  the  foregoing  questions  and  all  state- 
ments therein  contained  are  true  and  correct. 


Subscribed  and  sworn  to  before  me  this_ 
,  19_. 


_day  of 


Notary  Public 


My  commission  expires_ 
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AGREEMENT  FOR  DEMOLITION  AND  SITE  CLEARANCE 

THIS  AGREEMENT  made  this day  of ,  19 by  and 

between a  corporation  organized 

and  existing  under  the  laws  of  the  State  of 

a  partnership  consisting  of 

an  individual  trading  as 

hereinafter  called  the  "Contractor",  and  the  Boston  Redevelopment 
Authority  hereinafter  called  the  "Authority" 

WITNESSETH,  That  the  Contractor  and  the  Authority  for  the  con- 
siderations stated  herein  mutually  agree  as  follows: 
ARTICLE  1.0  Statement  of  Work.   The  Contractor  shall  furnish  all 
labor,  material,  tools,  equipment  and  services,  including  utility 
and  transportation  services,  and  perform  and  complete  all  work 
required  for  the  Demolition  and  Site  Clearance  in  an  efficient 
and  workmanlike  manner,  as  follows:  all  buildings  and  structures, 
removal  of  debris,  and  clearing  of  the  site  at  the  Government 
Center  Project,  Project  No.  Mass.  R-35>  located  in  the  Downtown 
North  District,  City  of  Boston,  Massachusetts,  all  in  strict 
accordance  with  the  Contract  Documents  for  Demolition  and  Site 

Clearance,  including  all  Addenda  thereto  numbered 

and ,  dated 

and . 

ARTICLE  2.0  The  Contract  Price.   The  Boston  Redevelopment  Author- 
ity will  pay  the  Contractor  for  performance  of  the  Contract,  in 
current  fionds,  subject  to  additions  and  deductions  as  provided  in 
the  Section  -  CHANGES  IN  THE  WORK  under  GENERAL  CONDITIONS,  PART  I, 
the  svim  of Dollars 

C$ ),  in  addition  to  and  above  the  value  of  such 
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salvaged  materials  specified  to  become  the  property  of  the 

Contractor, 

ARTICLE  3.0  Contract  Documents.   The  Contract  Docviments  for 

Demolition  and  Site  Clearance  shall  consist  of  the  following 

component  parts: 

3.1  This  Agreement      3.6  General  Conditions,  Part  I, 

3.2  Addenda  II  and  III 

3.3  Invitation  for  Bids  3.7  Special  Conditions 

3.I4.   Instructions  to     3.8  Technical  Specifications 

Bidders  3»9  Drawings  (as  listed  in  the 

3,5  Signed  copy  of  Bid         Schedule  of  Drawings) 

This  AGREEMENT,  together  with  other  docioments  emunerated  in  this 
Article  3.0,  which  said  other  docioments  are  as  fully  a  part  of 
the  Contract  as  if  hereto  attached  or  herein  repeated,  forms  the 
Contract  between  the  parties  hereto.  In  the  event  that  any  pro- 
vision in  any  component  part  of  this  Contract  conflicts  with  any 
provision  of  any  other  component  part,  the  provision  of  the  com- 
ponent part  first  enumerated  in  this  Article  3.0  shall  govern, 
except  as  otherwise  specifically  stated, 

IN  WITNESS  WHEREOF,  the  parties  hereto  have  caused  this  Agreement 
to  be  executed  in  six  (6)  original  copies  on  the  day  and  year 
first  above  written. 
Attest: 


By 

(Contractor) 

Title 

(Street) 

Approved  as  to  form: 


General  Counsel 


(City) 
BOSTON  REDEVELOPMENT  AUTHORITY 

By 

Ti  tie 
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Certifications 


I, ,    certify   that   I   am  the 

of  the  Corporation  named  as  Contractor 


herein,    that who   signed  this  Agreement 

on  behalf   of  the  Contractor,   was   then 


of  said  corporation;    that   said  Agreement  v/as  duly   signed  for  and 
in  behalf   of    said  corporation  by  authority   of   its   governing  body, 
and   is   within  the   scope   of    its   corporate   powers. 


Corpor- 
"ate 
Seal 
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BOSTON  REDEVELOPMENT  AUTHORITY 
PERFORMANCE  BOND 


KNOW  ALL  MEN  BY  THESE   PRESENTS; 
That, 


an  individual,    a   partnership,    a   corporation   organized  under   the 
laws   of  the  of  


having  a   usual  place    of  business   at_ 
as    Principal,    and 


a   corporation   organized  under   the    laws   of  the_ 


of  which  company   is   authorized  to  transact 

the   business    of   suretyship   in   the   Commonwealth  of  Massachusetts 
and  has   a   usual  place    of  business    in  Boston,   Massachusetts   as 
Surety,    are   holden  and   stand  firmly  bound  and  obligated  unto   the 
Boston  Redevelopment  Authority,    as 

Obligee,    in   the  sum   of 

^Dollars    ($ ),    lawful 

money   of  the  United  States    of  America,    for  payment    of  which,    well 
and  truly   to  be   made,    vi/e   hereby,    jointly  and  severally,    bind 
oiorselves   and  each   of   us    our   heirs,    executors,    administrators, 
successors    and  assigns   by  these   presents. 

liVHEREAS,    the   said  Principal  has   by  means    of  a   written  pro- 
posal,   accepted  by    the   Bos  ton  Redevelopment  Authority   on   the 
day   of ,    19 s    entered 

into  a   contract   with  the    said   Obligee,    a  copy    of  which  agreement 
is  attached  hereto  and  by   reference   made  a  part   hereof; 

NOW,    THEREFORE,    THE  CONDITION  of  this    obligation  is   such 
that    if  the   said   Principal   shall  well  and  truly  keep  and  perform 
all  the   agreements,    terms   and  conditions    of   said  contract   on  his 
part   to  be   kept   and   performed   or  furnished,    this    obligation   shall 
be  void;    otherwise,    it   shall   remain  in  full  force   and  effect. 

And  the   said  Surety,    for  value   received,    hereby   stipulates 
and  agrees    that  no  extension   of   time,    or  change   in,    alteration  of, 
or   addition  to   the   terms    of  the   contract    or    the   specifications 
accompanying   the   same   shall  in  any  way   effect   its    obligations    on 
this  bond,    and  it  does   hereby  waive   notice   of  any  such  extension 
of  time,    alteration   of,    or  addition  to  the  terms    of    the  contract 
or   to    the   specifications. 


IN  li/ITNESS   WHEREOF,    we   have   hereunto  set   our  hands   and  seals 
to  this   bond  this day   of 

WITNESS: 

(SEAL) 


Name  of  Principal 
By 


WITNESS: 


(SEAL) 


Name    of  Surety 


(SEAL) 
Power    of  Attorney  for   person  signing  for   the  Sx^rety  Company   must 
be  attached, 

CERTIP^ICATE  A3   TO  CORPORATE   PRINCIPAL 
(PERPORI.IA^JCE   BOND) 

I, ,    certify    that    I  am  the 

of  the  cor  Deration  named  as    Prin- 


cipal  in  the    within  Bond;    that 


who   signed   the   said  Bond   on  behalf   of  the    Principal  was    then 

of   said  corporation;    that  I  know  his 

signature   and  his    signatixre   is   genuine;    and  that  said  Bond  was 
duly   signed,    sealed  and  attested  for  and  in  behalf  of   said 
corporation  by  authority   of  its    governing  body. 

CORPORATE 
SEAL 

,    19_. 
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BOSTON  REDEVELOPMENT   AUTHORITY 
lABOR   AND  LIATERIALS   BOND 


KNOW  ALL  MEN  BY  THESE  PRESENTS: 
That , 


an  individual,    a  partnership,    a   corporation  organized   under    the 

laws    of  the of j 

having  a  usual  place  of  business  at__ : 

as  Principal,  and ■ 

a  corporation  organized  under  the  laws  of  the 


of which  company  is  authorized  to 

transact  the  business  of  suretyship  in  the  Commonwealth  of 
Massachusetts  and  has  a  usual  place  of  business  in  Boston, 
Massachusetts,  as  Surety,  are  holden  and  stand  firmly  bound  and 
obligated  unto  the  Boston  Redevelopment  Authority,  as  Obligee, 

in  the  sum  of Dollars 

($ ),  lawful  money  of  the  United  States  of 


America,  for  payment  of  which,  well  and  truly  to  be  made,  we 
hereby,  jointly  and  severally,  bind  ourselves  and  each  of  us  our 
heirs,  executors,  adniniotrators,  successors  and  assigns  by 
these  presents, 

WHEREAS,  the  said  Principal  has  by  means  of  a  written 
proposal,  accepted  by  the  Boston  Redevelopment  Authority  on  the 
day  of ,  19 ,  entered  into  a  con- 
tract with  the  said  Obligee,  a  copy  of  which  agreement  is 
attached  hereto  and  by  reference  made  a  part  hereof; 

NOW,  THEREFORE,  THE  C01©ITI0N  of  this  obligation  is  such 
that  if  the  said  Principal  shall  well  and  truly  pay  for  all  labor 
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and  materials   used   or   employed   in  such  work,    and  for   all  appli- 
ances  and   equipment   employed   in  such  work,    this    obligation  shall 
be   void;    otherwise,    it   shall  remain  in  full  force   and  effect. 

And  the   said  Siirety,    for   value  received,    hereby   stipulates 
and  agrees    that   no  extension  of   time,    or    change    in,    alteration 
of,    or  addition  to  the    terms    of  the   contract    or   the   specifica- 
tions  accompanying   the   same    shall   in  any   v/ay  affect    its    obliga- 
tions   on  this   bond,    and   it   does   hereby  waive   notice    of   any   such 
extension  of   time,    alteration  of   or   addition  to   the   terms    of  the 
contract    or   to   the   specifications. 

IN  VVITNESS   V.HSREOP,    v;e   have   hereunto   set   our   hands   and  seals   to 
this    bond  this day   of 19 c 

(SEA.L) 


Name   of    Principal 


By 


WITNESS: 


(SEAL) 


Name    of  Surety 


By_ 


(SEAL) 

Power  of  Attorney  for  person  signing  for  the  Surety  Company 
must  be  attached. 
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CERTIFICATE  A3   TO  CORPCRATE   PRINCIPAL 
(LABOR  AND  MATERIALS   BOND) 

I,   ,    certify  that    I  am  the 

of  the  corporation  named  as    Principal 


In  the   v/ithln  Bond;    that 


who  signed  the   said  Bond   on  behalf   of   the   Principal  was    then 

of   said  corporation;    that    I  know  his 

signature   and  his   signatiore  hereto  is    genuine;    and  that   said  Bond 
was   duly   signed,    sealed  and  attested  for  and  in  behalf   of    said 
corporation  by  authority   of   its   governing  body. 


CORPORA'^E 
■     SEAL 


,    19 
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GENERAL  SPECIFICATIONS 
GENERAL  CONDITIONS  FOR  DEMOLITION  AND  SITE  CLEARANCE 

PART  I 


101,0   DEFINITIONS 

VJherever  used  in  any  of  the  Contract  Docvunents,  the  fol- 
lowing meanings  shall  be  given  to  the  terms  herein  defined: 

101.1  The  term  "Contract"  means  the  Contract  executed 
by  the  Boston  Redevelopment  Authority  and  the  Contractor,  of 
which  these  GENERAL  CONDITIONS,  PART  I,  II  and  III  form  a  part. 
The  documents  which  comprise  the  Contract  are  set  forth  in  the 
Agreement, 

101.2  The  term  "Authority"  means  the  Boston  Redevelop- 
ment Authority  which  is  authorized  to  undertake  this  Contract, 

101.3  The  term  "Contractor"  means  the  person,  firm  or 
corporation  entering  into  the  Contract  with  the  Authority  to 
perform  the  work  of  Demolition  and  Site  Clearance  for  the  Project. 

101, [|.   The  term  "Demolition  Area"  means  the  Area  speci- 
fied on  the  Drawings  and  in  Section  i+OLO  "Project  or  Demolition 
Area"  within  which  the  work  of  Demolition  and  Site  Clearance  is 
to  be  performed  under  this  Agreement. 

101.5  The  term  "Local  Government"  means  the  City  of 
Boston,  Massachusetts,  within  which  the  Project  Area  is  situated, 

101.6  The  term  "Contract  Documents"  means  and  shall  in- 
clude the  following: 

Executed  Agreement,  Addenda  (if  any).  Invitation  for  Bids, 
Instructions  to  Bidders,  Signed  Copy  of  Bid,  General  Con- 
ditions, Parts  I,  II  and  III,  Special  Conditions,  Technical 
Specifications  and  Drawings  (as  listed  in  the  Schedule  of 
Drawings ) . 

101.7  The  term  "Drawings"  or  "Plans"  means  the  drawings 
or  plans  enumerated  in  the  SCHEDULE  OF  DRAWINGS  FOR  DEMOLITION 
AND  SITE  CLEARANCE. 

101.8  The  term  "Technical  Specifications"  means  that 
part  of  the  Contract  Documents  which  describes,  outlines,  and 
stipulates  the  manner  and  methods  to  be  employed  in  the  work  of 
Demolition  and  Site  Clearance. 

101.9  The  term  "Addendum"  or  "Addenda"  means  any  changes, 
revisions   or  clarifications  of  the  Contract  Documents  which 
have  been  duly  issued  by  the  Authority  to  prospective  Bidders 
prior  to  time  of  receiving  Bids, 
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101.10  The  term  "Salvage"  means  all  building  materials,, 
equipment,  appliances,  and  fixtures  incorporated  in  the  build- 
ings and  structures  to  be  demolished,  and  other  equipment  or 
appurtenances,  unless  specifically  exempted,  located  upon  the 
real  property  within  the  Demolition  Area,  which  the  Contractor 
deems  as  having  sufficient  value  to  justify  the  reclaiming* 

101.11  The  words  "approval"  of  the  Authority"  or  approved 
by  the  Authority"  shall  mean  an  approval  by  vote  of  the  Author- 
ity, 

101.12  The  words  "directed",  "required",  "permitted", 
"ordered",  "designated",  "prescribed",  or  words  of  like  import, 
shall  mean  the  direction,  requirement,  permission,  order,  desig- 
nation, prescription,  etc.,  of  the  Authority's  authorized 
representative  and  similarly  the  words  "approved",  "acceptable", 

"satisfactory",  or  words  of  like  import,  shall  mean  approved  by, 
or  acceptable  or  satisfactory  to  the  Authority's  authorized 
representative,  subject  in  each  case  to  the  final  determination 
of  the  Authority  unless  otherwise  expressly  stated. 

102.0   SUPER INTENDENCY  BY  CONTRACTOR 

102.1  Except  where  the  Contractor  is  an  individual  and 
gives  his  personal  superintendence  to  the  work,  the  Contractor 
shall  have  a  competent  superintendent,  satisfactory  to  the 
Authority,  on  the  work  at  all  times  during  working  hours  with 
full  authority  to  act  for  him.   The  Contractor  shall  also  pro- 
vide an  adequate  staff  for  the  proper  coordination  and  expedit- 
ing of  his  work, 

102.2  The  Contractor  shall  schedule  the  Demolition  and 
Site  Clearance  as  directed  by  the  Authority  and  he  shall  be 
responsible  for  all  work  executed  by  him  under  the  Agreement, 

103,0   SUBCONTRACTS 

103.1  The  Contractor's  request  to  the  Authority  for  the 
prior  approval  of  any  subcontractor  as  otherwise  required  here- 
in shall  be  accompanied  with  a  written  statement  containing 
such  information  as  the  Authority  may  require  concerning  the 
experience,  ability,  and  responsibility  of  the  proposed  sub- 
contractor and  the  scope  of  the  subcontract,  together  with  the 
proposed  subcontractor's  non-collusion  affidavit  in  substan- 
tially the  following  form: 

NON-COLLUSION  AFFIDAVIT  OF  SUBCONTRACTOR 

State  of ) 

)  ss. 
County  of ) 

,  being  first  duly  sworn, 
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deposes  and  says  that: 

103.1.1  He  is  (owner,  partner,  officer,  representative, 

or  agent)  of herein  referred 

to  as  the  "Subcontractor"; 

103.1.2  He  is  fully  informed  respecting  the  preparation 
and  contents  of  the  Subcontractor's  Proposal  submitted  by  the 

Subcontractor  to ,  the  Contractor 

for  certain  work  in  connection  with  the 

Contract  pertaining  to  the 

Project  in 


(City  or  County  and  State); 


103.1.3   Such  Subcontractor's  Proposal  is  genuine  and  is 
not  a  collusive  or  sham  Proposal; 

103. l.U  Neither  the  Subcontractor  nor  any  of  its  officers, 
partners,  owners,  agents,  representatives,  employees  or  par- 
ties in  interest,  including  this  affiant,  has  in  any  way  colluded, 
conspired,  connived,  or  agreed,  directly  or  indirectly  with  any 
other  Bidder,  firm  or  person  to  submit  a  collusive  or  sham 
Proposal  in  connection  with  such  Contract,  or  has  in  any  manner, 
directly  or  indirectly,  sought  by  unlawful  agreement  or  conni- 
vance with  any  other  Bidder,  firm  or  person  to  fix  the  price 
or  prices  in  said  Subcontractor's  Proposal,  or  to  fix  any  over- 
head, profit  or  cost  element  of  the   price  or  prices  in  said 
Subcontractor's  Proposal,  or  to  secure  through  collusion,  con- 
spiracy, connivance  or  unlawful  agreement  any  advantage  against 
the  Authority  or  any  person  interested  in  the  proposed  Contract; 

and 
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103.1.5  The  price  or  prices  quoted  in  the  Subcontractor's 
Proposal  are  fair  and  proper  and  are  not  tainted  by  any  collu- 
sion, conspiracy,  connivance  or  unlawful  agreement  on  the  part 
of  the  Bidder  or  any  of  its  agents,  representatives,  owners, 
employees,  or  parties  in  interest,  including  this  affiant, 

(Signed ) 


Title 


Subscribed  and  sworn  to  before  me 

this day  of 

,  19 . 


Title 
My  commission  expires 


103.2  No  proposed  subcontractor  shall  be  disapproved 
except  for  cause, 

103.3  The  Contractor  shall  be  fully  responsible  to  the 
Authority  for  the  acts  and  omissions  of  his  subcontractors, 
and  of  persons  either  directly  or  indirectly  employed  by  them, 
as  he  is  for  the  acts  and  omissions  of  persons  directly  employed 
by  him. 

103. 1).  The  Contractor  shall  cause  appropriate  provisions 
to  be  inserted  in  all  subcontracts  relative  to  the  i^ork  to 
require  compliance  by  each  subcontractor  with  the  applicable 
provisions  of  the  Contract  for  Demolition  and  Site  Clearance, 

103.5   Nothing  contained  in  the  Contract  shall  create 
any  contractual  relation  between  any  subcontractor  and  the 
Authority, 

lOli.O    OTHER  CONTRACTS 

The  Authority  may  award,  or  may  have  awarded  other  Con- 
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tracts  for  additional  work,  and  the  Contractor  shall  cooperate 
fully  with  such  other  Contractors,  by  scheduling  his  ovm  work 
with  that  to  be  performed  under  other  Contracts  as  may  be 
directed  by  the  Authority,   The  Contractor  shall  not  commit  or 
permit  any  act  which  will  interfere  with  the  performance  of 
work  by  any  other  Contractor  as  scheduled. 

105.0   PROGRESS  SCHEDULE,  BREAKDOVJN  AND  MONTHLY  ESTIMATES 

105.1  The  Contractor  shall  no  later  than  ten  (10)  cal- 
endar days  from  the  date  of  execution  of  Agreement,  submit  to 
the  Authority  an  acceptable  "Progress  Schedule"  based  on  the 
total  demolition  and  site  clearance  cost  as  set  forth  in  the 
"Breakdown"  against  the  total  calendar  days  specified  under 
"TIME  OF  COMPLETION".   Said  "Progress  Schedule"  shall  be  in  the 
form  of  a  graph, 

105.2  The  Contractor  shall  no  later  than  ten  (10) 
calendar  days  from  the  date  of  execution  of  the  Agreement, 
submit  to  the  Authority  an  acceptable  detailed  estimate  (here- 
in termed  "Breakdown")  giving  a  complete  breakdown  of  demolition 
and  site  clearance  work  by  Parcels  (one  or  more  buildings  may 
constitute  a  Parcel),  removal  of  debris,  complete  backfill 
including  special  backfill  or  sanitary  fill  and  any  other  special 
item  of  this  Contract,   The  total  of  said  "Breakdown"  shall 
equal  the  contract  price. 

105.3  The  values  employed  in  making  up  the  "Breakdown" 
are  for  the  purpose  of  making  partial  payments  and  shall  not 
be  taken  as  a  basis  for  additions  to  or  deductions  from  the 
contract  price, 

106.0   PAYMENTS 

106.1  Partial  Payments 

The  Contractor  shall  prepare  his  requisition  for 
partial  payment,  in  four  {I4.)    copies,  as  of  the  last 
day  of  each  month  and  submit  it  to  the  Authority 
for  approval.   The  payment  shall  consist  of  the 
total  cost  of  all  Demolition  and  Site  Clearance 
work  completed  to  such  date  as  estimated  in  the 
light  of  the  "Breakdown  of  Contract  Price"  sub- 
ject to  deductions  of  (1)   ten  percent  (10^)  of 
this  sum  to  be  retained  until  final  payment, 
(2)  the  amount  of  all  previous  payments  to  the 
Contractor. 

106.2  Final    Payment 

106.2.1  After  the  final  inspection  and  acceptance 
by  the  Authority,  of  all  work  under  the  Contract, 
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the  Contractor  shall  prepare  his  requisition  for 
final  payment  and  submit  it  to  the  Authority  for 
approval.   The  final  payment  shall  consist  of  the 
cost  of  Demolition  and  Site  Clearance  in  addition 
to  and  above  the  value  of  such  salvage  materials 
specified  to  become  the  property  of  the  Contractor, 
as  adjusted  in  accordance  with  approved  change 
orders,  less  all  previous  payments  to  the  Contractor 
and  subject  to  withholding  of  any  amount  due  the 
Authority  under  the  section  entitled  "Liquidated 
Damages"  under  SPECIAL  CONDITIONS, 

106.2.2   In  consideration  of  the  execution  of  this 
Contract  by  the  Authority,  the  Contractor  agrees 
that  simultaneously  with  the  acceptance  of  what 
the  Authority  tenders  as  the  final  payment  by  it 
under  this  Contract,  he  will  execute  and  deliver 
to  the  Authority  an  instrument  under  seal  releasing 
and  forever  discharging  the  Authority  of  and  from 
any  and  all  claims,  demands  and  liabilities  whatso- 
ever of  every  name  and  nature,  both  at  law  and  in 
equity,  arising  from,  growing  out  of,  or  in  any 
way  connected  with  this  Contract,  save  only  such 
claims,  demands  and  liabilities  as  are  expressly 
excepted  in  said  instrument, 

106.3   The  Authority,  before  making  any  payment,  may 
require  the  Contractor  to  furnish  releases  or  receipts  from 
any  or  all  persons  performing  work  and  supplying  material  or 
services  to  the  Contractor,  or  any  Subcontractor,  if  this  is 
deemed  necessary  to  protect  its  interest.   The  Authority,  how- 
ever, may  make  payment  in  part  or  in  full  to  the  Contractor 
without  requiring  the  furnishing  of  such  releases  or  receipts 
and  any  payments  so  made  shall  in  no  wise  impair  the  obligations 
of  any  surety  or  sureties  on  any  bond  or  bonds  furnished  under 
this  Contract, 

106. I|.  Each  payment  to  the  Contractor  by  the  Authority 
shall  be  made  subject  to  the  following: 

106,[|..l   Submission  by  the  Contractor  of  all  written 
certifications  required  of  him  and  his  Subcontrac- 
tors by  the  section  entitled  CONTRACTOR'S  CERTI- 
FICATES under  GENERAL  COIvIDITIONS,  and 

106. i^.. 2  That  no  payment  made  under  the  Contract 
shall  act  as  a  waiver  of  the  right  of  the  Authority 
to  require  the  fulfillment  of  all  of  the  terms  of 
the  Contract, 

107.0   CHANGES  IN  THE  WORK 

107.1  The  Authority  may  make  changes  in  the  scope  of  the 
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work  required  to  be  performed  by  the  Contractor  fy  making  addi- 
tions thereto,  or  by  omitting  work  therefrom,  without  invalidat- 
ing the  Contract,  and  without  relieving  or  releasing  the 
Contractor  from  any  of  his  obligations  under  the  Contract  or 
any  guarantee  given  by  him  pursuant  to  the  Contract  provisions, 
and  without  affecting  the  validity  of  the  guaranty  bonds,  and 
without  relieving  or  releasing  the  surety  or  sureties  or  said 
bonds  provided  that  the  total  net  amount  of  the  changes  does 
not  change  the  Contract  amount  by  more  than  twenty-five  percent 
{2S%)»      All  such  work  shall  be  executed  under  the  terms  of  the 
original  Contract  unless  it  is  expressly  provided  otherwise, 

107.2  Except  for  the  purpose  of  affording  protection 
against  any  emergency  endangering  life  or  property,  the  Con- 
tractor shall  make  no  change  in  the  work  of  Demolition  and  Site 
Clearance,  provide  any  extra  or  additional  work,  or  supply 
additional  labor,  services  or  materials  beyond  that  actually 
required  for  the  execution  of  the  Contract,  unless  in  pursuance 
of  a  written  order  from  the  Authority  authorizing  the  change. 
No  claim  for  an  adjustment  of  the  Contract  Price  will  be  valid 
unless  30  ordered. 

107.3  All  adjustments  to  the  Contract  Price  by  reason  of 
any  change  or  changes,  either  additive  or  subtractive,  shall  be 
determined  by  one  or  more  of  the  following  methods: 

107. 3.1  By  an  acceptable  lump-sum  proposal  from 
the  Contractor. 

107. 3*2  On  a  cost-plus-limited  basis  not  to  ex- 
ceed a  specified  limit.   A  cost-plus-limited 
basis  is  defined  as  the  net  cost  of  the  Contrac- 
tor's labor,  materials,  and  insurance  plus  fifteen 
percent  {1S%)    of  said  net  cost  to  cover  superin- 
tendents, general  expenses  and  profit,  less  the 
estimated  value  of  salvage, 

107 .i;  The  Authority  will,  when  the  adjustment  of  the 
Contract  Price  due  to  any  change  has  been  mutually  agreed  upon, 
issue  in  multiple-copy  form  as  required  the  number  of  copies 
of  the  Change  Order. 

107.5  Each  change  order  shall  include  in  its  final  form: 

107.5-1  A  detailed  description  of  the  change  in 
the  work, 

107.5.2  The  Contractor's  proposal  {if  any)  or 
a  conformed  copy  thereof, 

107.5.3  A  definite  statement  as  to  the  resulting 
change  in  the  Contract  Price  and/or  time,  and 
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107.5.^4-  The  statement  that  all  work  involved  in 
the  change  shall  be  performed  in  accordance  with 
contract  requirements  except  as  modified  by  the 
change  order. 

108.0    CLAIMS  FOR  EXTRA  COST 

108.1  If  the  Contractor  claims  that  any  instructions  by 
Drawings  or  otherwise  involve  extra  cost  or  extension  of  time, 
he  shall,  within  ten  (10)  days  after  the  receipt  of  such 
instructions,  and  in  any  event  before  proceeding  to  execute 

the  work,  submit  his  protest  thereto  in  writing  to  the  Authority 
stating  clearly  and  in  detail  the  basis  of  his  objections.   No 
such  claim  will  be  considered  unless  so  made, 

108.2  Any  discrepancies  which  may  be  discovered  between 
actual  conditions  and  those  represented  by  the  Drawings  shall 

at  once  be  reported  to  the  Authority  and  work  shall  not  proceed, 
except  at  the  Contractor's  risk,  until  written  instructions 
have  been  received  by  him  from  the  Authority, 

108.3  If,  on  the  basis  of  the  available  evidence,  the 
Authority  determines  that  an  adjustment  of  the  Contract  Price 
or  time  is  justifiable,  the  procedure  shall  then  be  as  provided 
for  in  Section  -  CHANGES  IN  THE  VJORK  under  GENERAL  CONDITIONS, 
PART  I. 

109.0   TERMINATION;  DELAY;  AND  LIQUIDATED  DAMAGES 

109.1  Termination  of  Contract.  If  the  Contractor  refuses 
or  fails  to  prosecute  the  work  with  such  diligence  as  will 
insure  its  completion  within  the  time  specified  in  these  Con- 
tract Documents,  plus  any  extension  thereof  as  provided  in 
these  Contract  Documents,  the  Authority,  by  written  notice  to 
the  Contractor,  may  terminate  the  Contractor's  right  to  pro- 
ceed with  the  work.   Upon  such  termination,  the  Authority  may 
take  over  the  work  and  prosecute  the  same  to  completion,  by 
contract  or  otherwise,  and  the  Contractor  and  his  sureties 
shall  be  liable  to  the  Authority  for  any  additional  cost  in- 
curred by  the  Authority  in  its  completion  of  the  work  and  they 
shall  also  be  liable  to  the  Authority  for  liquidated  damages 
for  any  delay  in  the  completion  of  the  work  as  provided  below. 
If  the  Contractor's  right  to  proceed  is  terminated,  the  Author- 
ity may  take  possession  of  and  utilize  in  completing  the  work 
such  materials,  tools,  equipment,  and  plant  as  may  be  on  the 
site  of  the  work  and  necessary  therefor, 

109.2  Liquidated  Damages  for  Delays.   If  the  work  is 
not  completed  within  the  time  stipulated  in  Section  -  TIME 
FOR  COMPLETION  under  SPECIAL  CONDITIONS,  including  any  exten- 
sions of  time  for  excusable  delays  as  herein  provided,  the 
Contractor  shall  pay  to  the  Authority  as  fixed,  agreed,  and 
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liquidated  damages  (it  being  impossible  to  determine  the  actual' 
damages  occasioned  by  the  delay)  for  each  calendar  day  of  delay, 
until  the  work  is  completed,  the  amount  as  set  forth  in  Section  - 
LIQUIDATED  DAMAGES  under  SPECIAL  CONDITIONS  and  the  Contractor 
and  his  sureties  shall  be  liable  to  the  Authority  for  the  amount 
thereof, 

109.3  Excusable  Delays.  The  right  of  the  Contractor  to 
proceed  shall  not  be  terminated  nor  shall  the  Contractor  be 
charged  with  liquidated  damages  for  any  delays  in  the  completion 
of  the  work  due: 

109.3.1  To  any  acts  of  the  Government,  including 
controls  or  restrictions  upon  or  requisitioning  of 
materials,  equipment,  tools  or  labor  by  reason  of  war, 
National  Defense,  or  any  other  national  emergency; 

109.3.2  To  any  acts  of  the  Boston  Redevelopment 
Authority; 

109.3.3  To  causes  not  reasonably  foreseeable  by  the 
parties  to  this  Contract  at  the  time  of  the  execution 
of  the  Contract  which  are  beyond  the  control  and  with- 
out the  fault  or  negligence  of  the  Contractor,  includ- 
ing, but  not  restricted  to,  acts  of  God  or  of  the 
public  enemy,  acts  of  another  Contractor  in  the  per- 
formance of  some  other  contract  with  the  Authority, 
fires,  floods,  epidemics,  quarantine  restrictions, 
strikes,  freight  embargoes,  and  weather  of  unusual 
severity  such  as  hurricanes,  tornadoes  and  other 
extreme  weather  conditions;  and 

109.3.4  To  any  delay  of  any  subcontractor  occasioned 
by  any  of  the  causes  specified  in  Sections  109.3.1, 
109.3.2  and  109.3.3  of  this  Section. 

Provided,  however,  that  the  Contractor  promptly  notifies  the 
Authority  within  ten  (10)  days  in  writing  of  the  cause  of  the 
delay. 

Upon  receipt  of  such  notification  the  Authority  shall 
ascertain  the  facts  and  the  cause  and  extent  of  delay.   If,  upon 
the  basis  of  the  facts  and  the  terms  of  this  Contract,  the  delay 
is  properly  excusable,  the  Authority  shall  extend  the  time  for 
completing  the  work  for  a  period  of  time  commensurate  with  the 
period  of  excusable  delay. 

110.0       ASSIGNIVIENT   OR  NOVATION 

The  Contractor  shall  not  assign  or  transfer,  whether  by  an 
assignment  or  novation,  any  of  its  rights,  duties,  benefits, 
obligations,  liabilities  or  responsibilities  under  this  Contract 
without  the  written  consent  of  the  Authority;  provided,  however, 
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that  assignments  to  banks,  trust  companies,  or  other  financial 
institutions  may  be  made  without  the  consent  of  the  Authority. 
No  assignment  or  novation  of  this  Contract  shall  be  valid  unless 
the  assignment  or  novation  expressly  provides  that  the  assign- 
ment of  any  of  the  Contractor's  rights  or  benefits  under  the 
Contract  is  subject  to  a  prior  lien  for  labor  performed,  ser- 
vices rendered  and  materials,  tools  and  equipment  supplied  for 
the  performance  of  the  work  under  this  Contract  in  favor  of  all 
persons,  firms  or  corporations  rendering  such  labor  or  services 
or  supplying  such  materials,  tools  or  equipment. 

111-0   DISPUTES 

111.1  All  disputes  arising  under  this  Contract  or  its  inter- 
pretation, except  those  disputes  or  claims  covered  by  the  FEDERAL 
LABOR-STANDARDS  PROVISIONS  under  GENERAL  CONDITIONS,  PART  II, 
whether  involving  law  or  fact  or  both,  or  extra  work,  and  all 
claims  for  alleged  breach  of  contract  shall  within  ten  (10)  days 
of  commencement  of  the  dispute,  be  presented  by  the  Contractor 

to  the  Authority  for  decision.  All  papers  pertaining  to  claims 
shall  be  filed  in  quadruplicate.  Such  notice  need  not  detail 
the  amount  of  the  claim  but  shall  state  the  facts  surrounding 
the  claim  in  sufficient  detail  to  identify  the  claim  together 
with  its  character  and  scope.   In  the  meantime  the  Contractor 
shall  proceed  with  the  work  as  directed.   Any  claim  not  presented 
within  the  time  limit  specified  within  this  paragraph  shall  be 
deemed  to  have  been  waived,  except  that  if  the  claim  is  of  a 
continuing  character  and  notice  of  the  claim  is  not  given  within 
ten  (10)  days  of  its  com.mencement ,  the  claim  will  be  considered 
only  for  a  period  commencing  ten  (10)  days  prior  to  the  receipt 
of  the  Authority  of  notice  thereof. 

111.2  The  Contractor  shall  submit  in  detail  his  claim  and 
his  proof  thereof*   Each  decision  by  the  Authority  will  be  in 
writing  and  will  be  mailed  to  the  Contractor  by  registered  mail, 
return  receipt  requested. 

111.3  If  the  Contractor  does  not  agree  with  any  decision  of 
the  Authority,  he  shall  notify  the  Authority  promptly  and  may 
except  from  the  final  release  the  decision  in  question* 

111.4  The  Authority's  decision  shall  not  be  final  and 
conclusive  but  the  dispute  shall  be  tried  in  court  on  its  merits. 

112,0   TECHNICAL  SPECIFICATIONS  AND  DRAWINGS 

Anything  mentioned  in  the  Technical  Specifications  and  not 
shown  on  the  Drawings,  or  shown  on  the  Drawings  and  not  mentioned 
in  the  Technical  Specifications,  shall  be  of  like  effect  as  if 
shown  on  or  mentioned  in  both.   In  case  of  difference  between 
Drawings  and  Technical  Specifications,  the  Technical  Specifica- 
tions shall  govern.   In  case  of  any  discrepancy  in  Drawings  or 
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Technical  Specifications,  the  matter  shall  be  immediately  sub- 
mitted to  the  Authority,  without  whose  decision  said  discrepancy 
shall  not  be  adjusted  by  the  Contractor,  save  only  at  his  own 
risk  and  expense. 

113.0   REQUESTS  FOR  SUPPLE^'[ENTARY  INFORMATION 

It  shall  be  the  responsibility  of  the  Contractor  to  make 
timely  requests  of  the  Authority  for  any  additional  information 
not  already  in  his  possession  which  should  be  furnished  by  the 
Authority  under  the  terms  of  this  Contract,  and  which  he  will 
require  in  the  planning  and  execution  of  the  work.   Such  requests 
may  be  submitted  in  writing  from  time  to  time  as  the  need  is 
approached,  but  each  shall  be  filed  in  ample  time  to  permit 
appropriate  action  to  be  taken  by  all  parties  involved  so  as  to 
avoid  delay.   The  Contractor  shall  be  fully  responsible  for  any 
delay  in  his  work  or  to  others  arising  from  his  failure  to  comply 
fully  with  the  provisions  of  this  Section. 

114.0   PERMITS  AND  CODES 

114.1  The  Contractor  shall  give  all  notices  required  by, 
and  comply  with,  all  applicable  laws,  ordinances,  codes,  rules 
and  regulations,  and  shall  obtain  and  pay  for  all  required  per- 
mits before  commencing  work.  All  disconnections  and  Demolition 
shall  comply  with  all  applicable  ordinances  and  codes  or  as  may 
be  amended  by  any  waivers.   Before  beginning  the  work,  the  Con- 
tractor shall  examine  the  Drawings  and  Technical  Specifications 
for  compliance  with  applicable  ordinances  and  codes  bearing  on 
the  work,  and  shall  immediately  report  any  discrepancy  to  the 
Authority  for  correction.   Should  the  Contractor  fail  to  observe 
the  foregoing  provisions  and  do  Demolition  work  at  variance  with 
any  applicable  ordinance  or  code  as  may  be  amended  by  waivers 
(notwithstanding  the  fact  that  such  methods  are  in  compliance 
with  the  Technical  Specifications),  the  Contractor  shall  correct 
the  methods  of  doing  such  work  without  cost  to  the  Authority. 

114-2  The  Contractor  shall  at  his  own  expense,  secure  and 
pay  to  the  appropriate  department  of  the  Commonwealth  of  Massa- 
chusetts or  City  of  Boston,  the  fees  or  charges  for  all  permits 
for  water,  demolition,  sidewalks,  sheds,  removal  of  abandoned 
water  taps,  sealing  of  house  connecting  drains,  pavement  cuts, 
and  repaving  of  streets  and  sidewalks  and  all  other  building, 
electrical,  plumbing,  gas  and  sewer  permits  necessary  under  the 
regulatory  body  or  any  of  its  agencies, 

114.3   The  Contractor  shall  comply  with  applicable  laws  and 
ordinances  governing  the  disposal  of  materials,  debris,  rubbish 
and  trash  on  or  off  the  Project  Area,  and  shall  commit  no  tres- 
pass on  any  public  or  private  property  in  any  operation  due  to 
or  connected  with  the  Demolition  and  Site  Clearance. 
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115.0   CARE  OF  WORK 

115 »1  The  Contractor  shall  be  responsible  for  all  damages 
to  persons  or  property  that  occur  as  a  result  of  his  fault  or 
negligence  in  connection  with  the  prosecution  of  the  work  and 
shall  be  responsible  for  the  proper  care  and  protection  of  all 
work  performed  until  completion  and  final  acceptance,  whether  or 
not  the  same  has  been  covered  in  whole  or  in  part  by  pajnuents 
made  by  the  Authority. 

115.2  The  Contractor  shall  provide  sufficient  competent 
watchmen,  both  day  and  night,  including  Saturdays,  Sundays  and 
Holidays,  from  the  time  of  award  of  Contract  until  final  comple- 
tion and  acceptance  and  shall  be  responsible  for  all  salvable 
materials  in  all  buildings  for  which  he  has  received  a  notice 

to  proceed,  whether  or  not  he  has  removed  such  materials  from 
said  buildings. 

115.3  The  Contractor  shall  avoid  damage  as  a  result  of  his 
operations  to  existing  sidewalks,  streets,  curbs,  pavements, 
utilities,  adjoining  property,  etc.,  and  he  shall  at  his  own 
expense  completely  repair  any  damage  thereto  caused  by  his 
operations.   The  Contractor  shall  use  no  equipment  whose  oper- 
ating weight  or  impact  endangers  subway  structures  or  active 
utilities. 

115-4  The  Contractor  shall  shore  up,  brace,  underpin,  se- 
cure and  protect  as  may  be  necessary  all  walls  and  other  parts 
of  existing  structures  adjacent  to,  adjoining,  and  in  the 
vicinity  of  the  Site,  which  may  be  in  any  way  affected  by  the 
operations  connected  with  the  Demolition  and  Site  Clearance  of 
the  Project  Area.   The  Contractor  shall  be  responsible  for  the 
giving  of  any  and  all  required  notices  to  any  adjoining  or  adja- 
cent property  owner  or  other  party  before  the  commencement  of 
any  work.   The  Contractor  shall  indemnify  and  save  harmless  the 
Authority  from  any  damages  on  account  of  settlements  or  the  loss 
of  lateral  support  of  adjoining  property  and  from  all  loss  or 
expense  and  all  damages  for  which  the  Authority  may  become  liable 
in  consequence  of  such  injury  or  damage  to  adjoining  and  adjacent 
structures  and  their  premises. 

115.5  The  Contractor  shall  proceed  with  the  Demolition  so 
as  not  to  damage  or  threaten  damage  to  or  cause  leakage  in  or 
impair  the  structure  or  support  of  or  interfere  in  any  way  with 
the  use  of  the  Metropolitan  Transit  Authority  facilities  in  or 
adjacent  to  the  area  comprising  the  Government  Center  project. 
These  Metropolitan  Transit  Authority  facilities  shall  include 
the  facilities  known  as  the  Washington  Street  tunnel,  the  East 
Boston  tunnel,  and  the  Tremont  Street  subway. 

115.6  The  Authority  may  require  the  Contractor  to  dismiss 
from  work  such  employee  or  employees  as  the  Authority  may  deem 
incompetent,  careless  or  insubordinate, 
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^^6.0   ACCIDENT  PREVENTION 

116.1  The  Contractor  shall  exercise  proper  precaution  at 
all  times  for  the  protection  of  persons  and  property.   The  safety- 
provisions  of  applicable  laws  and  building  and  construction 
codes  shall  be  observed,  and  the  Contractor  shall  take  or  cause 
to  be  taken  such  additional  safety  and  health  measures  as  the 
Authority  may  determine  to  be  reasonably  necessary.  Machinery, 
equipment  and  all  hazards  shall  be  guarded  in  accordance  with 
the  safety  provisions  of  the  "Manual  of  Accident  Prevention  in 
Construction"  published  by  the  Associated  General  Contractors 

of  America,  Inc.  to  the  extent  that  such  provisions  are  not  in 
conflict  with  applicable  local  laws, 

116.2  The  Contractor  shall  indemnify  and  save  harmless  the 
Authority  from  any  claims  for  damages  resulting  from  personal 
injury  and/or  death  suffered  or  alleged  to  have  been  suffered  by 
any  person  as  a  result  of  any  work  conducted  under  this  Contract, 

116.3  Where  a  finished  backfilled  area  is  over  one  (1)  foot 
below  the  sidewalk  grade  the  Contractor  shall  erect  a  fence  or 
barrier,  acceptable  to  the  Authority,  to  safeguard  against  anyone 
falling  into  the  depressed  area.   The  Contractor  shall  also 
erect  a  fence  or  barrier  where,  in  the  judgment  of  the  Authority, 
a  hazardous  condition  exists. 

117.0   SANITARY  FACILITIES 

The  Contractor  shall  furnish,  install  and  maintain  ample 
sanitary  facilities  for  the  workmen.   As  the  needs  arise,  a 
sufficient  number  of  enclosed  temporary  toilets  shall  be  conven- 
iently placed  as  required  by  the  sanitary  codes  of  the  State  and 
City  of  Boston.   Drinking  water  shall  be  provided  from  an  ap- 
proved source,  so  piped  or  transported  as  to  keep  it  safe  and 
fresh  and  served  from  single  service  containers  or  satisfactory 
types  of  sanitary  drinking  stands  or  fountains.  All  such  facili- 
ties and  services  shall  be  furnished  in  strict  accordance  with 
existing  and  governing  health  regulations. 

118,0   USE  OF  PREMISES 

118.1  The  Contractor  shall  confine  his  equipment,  storage 
of  materials,  and  Demolition  and  Site  Clearance  operations  to 
the  limits  prescribed  by  ordinances  or  permits,  or  as  may  be 
directed  by  the  Authority  and  shall  not  unreasonably  encumber 
the  premises  with  his  salvaged  material. 

118.2  The  Contractor  shall  comply  with  all  reasonable 
instructions  of  the  Authority  and  the  ordinances  and  codes  of 
the  City  of  Boston  and  Commonwealth  of  Massachusetts  regarding 
signs,  advertising,  traffic,  fires,  explosives,  danger  signals, 
barricades  and  fire  prevention, 
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11$, 3  The  Contractor  shall  not  conduct  sales  from  the  pro- 
ject site  nor  maintain  storage  on  the  site  for  the  purpose  of 
selling. 

118,4  The  Contractor  shall  store  inactive  equipment,  used 
in  the  demolition  operations,  so  as  to  minimize  obstruction  to 
traffic  and  in  areas  satisfactory  to  the  Authority.   No  equip- 
ment other  than  that  used  in  the  demolition  operations  shall  be 
stored  in  the  area. 

119.0   REMOVAL  OF  DEBRIS,  CLEANING,  ETC. 

The  Contractor  shall,  periodically  or  as  directed  during 
the  progress  of  the  work,  remove  and  legally  dispose  of  salvaged 
materials  and  the  resultant  debris,  and  keep  the  Project  Area 
and  public  rights  of  way  reasonably  clear.   Upon  completion  of 
the  work,  he  shall  remove  all  temporary  construction  equipment 
and  salvaged  materials  from  the  Project  Area,  and  leave  it  in  a 
reasonably  neat  condition.   Trash  and  combustible  materials  shall 
not  be  allowed  to  accumulate  on  the  site.   Trash  burning  on  the 
site  will  be  subject  to  prior  approval  of  the  Authority  and 
existing  State  and  City  laws. 

120.0   REVIEV/  BY  THE  AUTHORITY 

The  Authority,  its  authorized  representatives  and  agents, 
and  the  HHFA  Site  Representative  for  the  Administrator  (as  de- 
fined under  GENERAL  CONDITIONS.  PART  II)  shall  at  all  times, 
have  access  to  and  be  permittea  to  observe  and  review  all  work, 
materials,  equipment,  payrolls,  personnel  records,  employment 
conditions  and  other  relevant  data  and  records  pertaining  to 
this  Contract,  provided,  however,  that  all  instructions  and 
approvals  vjith  respect  to  the  work  will  be  given  to  the  Contractor 
only  by  the  Authority  through  its  authorized  representatives  or 
agents, 

121,0  FINAL  INSPECTION 

121.1  When  the  work  of  Demolition  and  Site  Clearance  is  sub- 
stantially completed,  the  Contractor  shall  notify  the  Authority 
in  writing  that  the  v;ork  will  be  ready  for  final  inspection  on  a 
definite  date  v/hich  shall  be  stated  in  such  notice.   The  notice 
shall  bear  the  signed  concurrence  of  the  representative  of  the 
Authority  having  charge  of  inspection  and  shall  be  given  at  least 
ten  (10)  days  prior  to  the  date  stated  for  final  inspection. 

121.2  If  the  Authority  determines  that  the  work  of  Demolition 
and  Site  Clearance  is  as  represented  it  will  make  the  arrange- 
ments necessary  to  have  final  inspection  commenced  on  the  date 
stated  in  such  notice,  or  as  nearly  thereafter  as  is  practicable. 

122.0   DEDUCTION  FOR  UNCORRECTED  WORK 
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If  the  Authority  deems  it  not  expedient  to  require  the  Con- 
tractor to  correct  work  not  done  in  accordance  with  the  Contract 
Documents  an  equitable  deduction  from  the  Contract  Price  will  be 
made  by  agreement  between  the  Contractor  and  the  Authority,  and 
subject  to  settlement,  in  case  of  dispute,  as  herein  provided. 

123.0   INSURANCE 

123.1  Before  commencing  work  the  Contractor  shall  submit 
copies  of  his  Workmen's  Compensation  and  Manufacturers'  and  Con- 
tractor's Public  Liability  Insurance  policies  to  the  Authority 
for  review  and  approval.   He  shall  similarly  submit  his  subcon- 
tractors' policies  of  similar  insurance  before  each  commences 
work.   The  policies  submitted  shall  be  scheduled  on  an  approved 
form  to  be  supplied  by  the  Authority.   The  Authority  will,  in 
writing,  identify  the  policies  and  indicate  its  approval  or 
disapproval  of  the  policies.   New  policies  from  other  companies 
shall  be  provided  in  place  of  those  disapproved.   Such  insurance 
shall  be  carried  with  financially  responsible  insurance  companies, 
licensed  in  the  State  and  approved  by  the  Authority,  and  shall 

be  kept  in  force  until  the  Contractor's  work  is  accepted  by  the 
Authority.   Contracts  of  insurance  (covering  all  operations 
under  this  Contract)  which  expire  before  the  Contractor's  work  is 
accepted  by  the  Authority  shall  be  renewed  and  submitted  to  the 
Authority  for  its  approval. 

123.2  The  Contractor  shall  carry  or  require  that  there  be 
carried  Workmen's  Compensation  Insurance  for  all  his  employees 
and  those  of  his  subcontractors  engaged  in  work  at  the  site,  in 
accordance  with  State  Workmen's  Compensation  Lav/s. 

The  Contractor  shall  give  written  or  printed  notice 
to  all  persons  under  contract  of  hire  with  him  and  to  every 
person  with  whom  he  is  about  to  enter  into  a  contract  of  hire, 
that  he  has  provided  for  payment  to  injured  employees  by  insuring 
as  provided  under  Chapter  152  of  General  Laws,  The  foregoing 
shall  also  apply  to  subcontractors.   The  form  of  notice  to  be 
posted  is  prescribed  by  the  Department  of  Industrial  Accidents 
of  the  Commonwealth  of  Massachusetts. 

123.3  The  Contractor  shall  carry  or  require  that  there  be 
carried  Manufacturers'  and  Contractors'  Public  Liability  Insur- 
ance with  limits  of  $100,000/^300,000  to  protect  the  Contractor 
and  his  subcontractors  against  claims  for  injury  to  or  death  of 
one,  or  more  than  one  person,  due  to  accidents  which  may  occur 
or  result  from  operations  under  the  Contract.   Such  insurance 
shall  cover  the  use  of  all  equipment,  hoists,  motor  vehicles  on 
the  site  or  hauling  materials  or  debris  from  the  site. 

123.4  The  Contractor  shall  carry,  during  the  life  of  the 
Contract,  Property  Damage  Insurance  in  the  penal  sum  of  | 5 0,000 
to  protect  the  Contractor  and  the  subcontractors  from  all  claims 
for  property  damage  which  might  arise  from  operations  under  this 
Contract, 
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124«0   GENERAL  GUARANTY 

Neither  the  final  certificate  of  payment  nor  any  provision 
in  the  Contract  Documents  nor  partial  or  entire  use  or  occupancy 
of  t'le  premises  by  the  Authority  shall  constitute  an  acceptance 
of  work  not  done  in  accordance  with  the  Contract  or  relieve  the 
Contractor  of  liability  in  respect  to  any  express  warranties  or 
responsibility  for  failure  to  comply  with  terms  of  Contract  Docu- 
ments.  The  Authority  will  give  notice  of  observed  non-compliance 
with  reasonable  promptness. 

125.0   RISK  OF  LOSS 

The  Authority  assumes  no  responsibility  for  the  condition 
of  existing  buildings  and  structures  and  other  property  on  the 
Project  Area  nor  for  their  continuance  in  the  condition  existing 
at  the  time  of  issuance  of  the  Invitation  for  Bids  or  thereafter. 
No  adjustment  of  Contract  Price  or  allowance  for  any  change  in 
conditions  which  may  occur  after  the  Invitation  for  Bids  has 
been  issued,  will  be  made. 

126.0   REMOVAL  AND  SALVAGE  OF  EXISTING  BUILDINGS 

126.1  Upon  execution  of  the  Contract  for  the  work  of 
Demolition  and  Site  Clearance  on  all  or  any  part  of  the  Demolition 
Area,  all  right  title  and  interest  of  the  Authority  in  and  to 
buildings,  structures  and  other  property  to  be  demolished  and/or 
removed  by  the  Contractor,  on  said  part  or  all  of  the  Project 
Area  as  described  in  such  Notice  to  Proceed,  shall  be  deemed  to 
be  vested  in  the  Contractor,  subject  to  all  provisions  of  the 
Contract  and  the  following: 

126.1.1   No  right,  title,  property  or  interest  of  any 
kind  whatsoever  in  or  to  the  land  or  premises  upon 
which  such  buildings  or  structures  stand,  is  created, 
assigned,  conveyed,  granted  or  transferred  to  the 
Contractor,  or  any  other  person  or  persons,  except 
only  the  license  and  right  of  entry  to  remove  such 
buildings  and  structures  in  strict  accordance  with 
the  Contract. 

126-1.2  Only  such  property  may  be  salvaged  by  the 
Contractor  as  is  owned  by  the  Authority  and  in  the 
event  of  any  doubt  respecting  the  ownership  of  any 
particular  property,  the  Contractor  shall  request 
from  the  Authority  a  written  statement  respecting 
its  ownership. 

126.1.3  Except  as  otherwise  provided  all  salvage 
becomes  the  property  of  the  Contractor  and  shall  be 
taken  from  the  Demolition  Area.   Storage  of  materials 
and  equipment  on  such  Area  will  not  be  permitted, 
except  during  the  period  of  the  Contract.   Such 
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storage  of  salvage  shall  in  no  way  interfere  vd.th 
other  activities  of  the  Authority. 

126.1.4  All  rubbish  and  debris  found  existing  on  the 
Demolition  Area  at  the  start  of  the  work  shall  be  re- 
moved by  the  Contractor. 

126.1.5  Personal  property  of  third  persons  or  of 
occupants  of  buildings  on  the  site  shall  not  become 
the  property  of  the  Contractor. 

126.1.6  In  the  event  that  the  Authority  terminates 
the  Contractor's  right  to  proceed  in  accordance  with 
Section  -  TERr'.INATION;  DELAYS;  AND  LIQUIDATED  DAMGES 
above   or  for  failure  to  comply  with  the  FEDERAL 
LABOR-STANDARDS  PRCVISIONS  under  GENERAL  CONDITIONS, 
PART  II,  all  right  and  all  title  in  and  to  buildings, 
structures,  material  and  property  transferred  by  this 
Section  and  remaining  on  the  Project  Area,  shall  re- 
vert to  and  vest  in  the  Authority  without  prejudice 
to  any  claim  which  the  Authority  may  have  against  the 
Contractor  arising  from  the  Contractor's  default. 


126.1.7  Mate 
acceptance  of 
deemed  to  hav 
the  Authority 
to  and  vest  i 
ever,  to  any 
the  Contracto 
tractor  in  so 


rials  left  on  the  Demolition  Area  after 

the  work  by  the  Authority  shall  be 
e  been  abandoned  by  the  Contractor  to 

and  title  thereto  shall  thereupon  revert 
n  the  Authority  without  prejudice,  how- 
claim  which  the  Authority  may  have  against 
r  arising  from  the  action  of  the  Con- 
leaving  such  materials  on  the  site. 


126. l.S  Property  belonging  to  public  bodies  or  public 
service  companies,  unless  abandoned  by  such  companies, 
shall  not  become  the  property  of  the  Contractor  by 
reason  of  transfer  herein  provided  for,  and  the 
Authority  does  not  warrant  title  to  any  such  property. 

126.1.9  Property  which  has  been  determined  by  com- 
petent authority  as  historical,  archaeological  or 
antique  items  shall  not  become  the  property  of  the 
Contractor. 

126.2  Unless  otherwise  specified,  no  structure  shall  be  re- 
moved from  the  premises  as  a  whole,  or  in  a  substantially  whole 
condition,  but  all  such  buildings  shall  be  demolished  on  the 
premises. 

127.0   LIVE  UTILITIES  AND  OTHER  PROPERTY 

127.1  The  Contractor  shall  assTime  all  responsibility  for  dam- 
age attributable  to  him  to  any  property  upon,  or  passing  through, 
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the  Project  Area,  but  excluded  from  the  work  or  not  owned  by  the 
Authority,  such  as  utility  lines,  surface  improvements,  or  like 
items. 

127.2  If  disconnections  of  underground  utility  services  are 
required  to  be  made  in  public  thoroughfares,  the  Contractor  shall 
comply  v;ith  all  local  requirements  and  regulations  respecting  the 
barricading  of  streets,  the  removal  and  restoration  of  pavement, 
and  other  pertinent  matters. 

12g.O   CONTRACTOR  TO  HAKE  0I7N  E::AniNATICN 

Plans,  calculations,  estimates  of  quantities,  and  any  state- 
ments made  in  the  Instructions  to  Bidders  or  otherwise  as  to  the 
conditions  under  which  the  work  is  to  be  performed  are  not  guar- 
anteed by  the  Authority  to  be  correct  or  to  be  a  complete  repre- 
sentation of  all  existing  data  on  conditions  affecting  the  work, 
and  the  Contractor  agrees  that  he  has  made  his  own  examination 
and  will  make  no  claim  for  damages  on  account  of  any  errors, 
inaccuracies  or  omissions  that  may  be  found. 

The  Contractor  shall  not  take  any  advantage  or  have  any 
claim  for  damages  on  account  of  any  discrepancy,  error  or  omiss- 
ion in  any  plans,  calculations,  estimates  of  quantities,  or  any 
statement  made  in  the  Instruction  for  Bidders  or  otherv;ise  as  to 
the  conditions  under  which  the  work  is  to  be  performed,  and  he 
shall  report  such  discrepancy,  error  or  omission  to  the  Authority 
in  writing  as  soon  as  it  comes  to  his  knowledge,  and  before  pro- 
ceeding with  v;ork  related  to  such  discrepancy,  error  or  omission. 
Any  correction  or  modification  of  the  plans  or  specifications  may 
be  made  by  the  Authority  when  necessary,  in  their  opinion,  for  the 
proper  fulfillment  of  their  purpose  or  for  their  proper  inter- 
pretation. 
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GENERAL  SPECIFICATIONS 

GENERAL  CONDITIONS 
PART  II 

(FEDERAL  LABOR-STANDARDS  PROVISIONS) 

201.0   THE  PROJECT  TO  WHICH  THE  WORK  COVERED  BY  THIS  CONTRACT 
PERTAINS 

The  Project  to  which  the  work  covered  by  this  Contract  per- 
tains is  being  assisted  under  Title  I  of  the  Housing  Act  of  1949 
(Public  Law  171  -  Slst  Congress,  approved  July  15,  1949)  by  the 
United  States  of  America  acting  by  and  through  the  Housing  and 
Home  Finance  Administrator,  Housing  and  Home  Finance  Agency,  and 
the  following  Federal  Labor-Standards  Provisions  are  included  in 
this  Contract  pursuant  to  the  provisions  applicable  to  such  Fed- 
eral assistance. 

202.0   DEFINED  TERMS 

Except  where  the  context  clearly  indicates  otherwise,  the 
following  terms  as  used  in  these  Federal  Labor-Standards  Provi- 
sions, shall  have  the  meanings  ascribed  to  them  in  this  Section. 
The  term  "Administrator",  means  the  Housing  and  Home  Finance 
Administrator,  or  other  person  who  may  be  at  the  time  acting  in 
the  capacity  or  authorized  to  perform,  the  functions  of  such  Ad- 
ministrator, or  the  authorized  representative  thereof,  or  any 
other  person  designated  by  such  Administrator  to  perform  his 
functions.   The  term  "subcontractor",  means  any  subcontractor 
whose  subcontract  covers  any  of  the  work  covered  by  this  Contract. 
The  term,  "subcontract",  means  any  subcontract  which  calls  for 
the  performance  of  any  of  the  work  covered  by  this  Contract. 

203.0   MINirCM  SALARY  RATES  FOR  ARCHITECTS,  TECHNICAL  ENGINEERS, 
DRAFTSMEN  AND  TECHNICIANS 

All  architects,  technical  engineers,  draftsmen  and  tech- 
nicians (herein  called  "technical  employees")  employed  upon  the 
work  covered  by  this  Contract  shall  be  paid  unconditionally  and 
not  less  often  than  once  each  month,  and  without  subsequent  de- 
duction or  rebate  on  any  account  (except  such  payroll  deductions 
as  are  made  mandatory  by  law  and  such  other  payroll  deductions  as 
are  permitted  by  the  applicable  regulations  issued  by  the  Sec- 
retary of  Labor,  United  States  Department  of  Labor,  pursuant  to 
the  Anti-Kickback  Act  hereinafter  identified) ,  the  full  amounts 
due  at  the  time  of  pajnnent  computed  at  salary  rates  not  less  than 
those  set  forth  in  the  attached  Exhibit  "A"  below,  regardless  of 
any  contractual  relationship  which  may  be  alleged  to  exist  be- 
tween the  Contractor  or  any  subcontractor  and  such  technical 
employees. 
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EXHIBIT  "A" 

HOUSING  AND  HOME  FINANCE  ACENCY 
Office  of  the  Administrator 
Division  of  Slum  Clearance  and  Urban  Redevelopment 


DETERMINATION  OF  PREVAILING  SALARIES  OF  TECHNICAL  POSITIONS 

A.  Boston  Redevelopnent  Authority   C.  Government  Center  Project  No, 

Mass,  R-35,  Dovmtown  North  District, 

B.  Boston,  Massachusetts  Boston,  Massachusetts 


D.  Classification  of  Employment 


Prevailing  Salaries  Determined  by 
Administrator 


Regular 

Per  Time 

Overtime 

Per  Time 

Rate 

Period  -^ 

Rate 

Period  -s:- 

1.  Planner  (3) 

4,00 

2,  Planner  (2) 

3.60 

3»  Planner  (l) 

2.50 

4.  Engineer  (3) 

4.00 

5.  Engineer  (2) 

3.60 

6.  Engineer  (l) 

2.50 

7.  Architect  (3) 

4.00 

8.  Architect  (2) 

3.60 

9.  Architect  (l) 

2.50 

10,  Landscape  Architect 

(3) 

3.40 

11.  Landscape  Architect 

(2) 

3.25 

12,  Landscape  Architect 

(1) 

2.25 

13,  Draftsman  (3) 

2.75 

14.  Draftsman  (2) 

2.25 

15.  Draftsman  (l) 

1.75 

16.  Chief  of  Pary  (Surveying) 

2.50 

17.  Instrument man 

2.00 

18.  Rodman 

1.60 

19.  Chainman 

1.60 

Pursuant  to  Section  109  (a)  of  Title  I,  rates  indicated  above  are  determined 
to  be  the  salary  rates  prevailing  in  the  above  locality  for  the  respective 
classifications  of  architects,  technical  engineers,  draftsmen  and  technicians 
employed  in  the  development  of  Title  I  projects. 

In  order  to  fulfill  the  requirements  of  the  contract  or  contracts  for  Title  I 
financial  assistance,  it  is  necessary  that  you  require  the  pajmient  of  not 
less  than  the  salaries  prevailing  in  the  locality  as  herein  determined,  to 
such  technical  personnel  employed  in  the  development  of  the  aforementioned 
Title  I  projects  as  are  within  the  purview  of  determination. 


Date:  June  11,  1962 


HOUSING  AND  HOME  FINANCE  AMINISTRATOR 
by:  Anne  M,  Roberts 
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20ij..O   MINIMUM  WAGE  RATES  FOR  LABORERS  AND  MECHANICS 

All  laborers  and  mechanics  employed  upon  the  work  covered 
by  this  Contract  shall  be  paid  unconditionally  and  not  less  often 
than  once  each  week,  and  without  subsequent  deduction  or  rebate 
on  any  account  (except  such  payroll  deductions  as  are  made  man- 
datory by  law  and  such  other  payroll  deductions  as  are  permitted 
by  the  applicable  regulations  issued  by  the  Secretary  of  Labor, 
United  States  Department  of  Labor,  pursuant  to  the  Anti-Kickback 
Act  hereinafter  identified),  the  full  amounts  due  at  time  of  pay- 
ment computed  at  wage  rates  not  less  than  those  contained  in  the 
wage  determination  decision  of  said  Secretary  of  Labor  which  is 
set  forth  below  and  made  a  part  hereof,  regardless  of  any  con- 
tractual relationship  which  may  be  alleged  to  exist  between  the 
Contractor  or  any  subcontractor  and  such  laborers  and  mechanics* 
All  laborers  and  mechanics  employed  upon  such  work  shall  be  paid 
in  cash,  except  that  payment  may  be  by  check  if  the  employer  pro- 
vides or  secures  satisfactory  facilities  approved  Dy  the  Boston 
Redevelopment  Authority  for  the  cashing  of  the  same  without  cort 
or  expense  to  the  employee. 

U.S.  DEPARTMENT  OP  LABOR 
Office  of  the  Secretary 
Washington 

DECISION  OF  THE  SECRETARY 

This  case  is  before  the  Department  of  Labor  pursuant  to  a 
request  for  a  wage  predetermination  as  required  by  law  applicable 
to  the  work  described. 

A  study  has  been  made  of  wage  conditions  in  the  locality 
and  on  the  basis  of  information  assembled  by  the  Department  of 
Labor  the  wage  rates  listed  herein  are  hereby  determined  by  the 
Secretary  of  Labor  as  the  prevailing  rates  of  wages  for  the  des- 
cribed classes  of  labor  in  accordance  with  the  applicable  law. 

This  wage  determination  decision  and  any  modifications 
thereof  during  the  period  prior  to  the  stated  expiration  date 
shall  be  used  during  such  period  and  made  a  part  of  every  con- 
tract for  performance  of  the  described  work  as  provided  by 
applicable  law  and  regulations  of  the  Secretary  of  Labor,  and 
the  wage  rates  contained  in  this  decision,  unless  modified, 
shall  be  the  minimum  wage  rates  to  be  paid  under  any  such  con- 
tract by  contractors  and  subcontractors  on  the  work. 

Under  the  Davis -Bacon  Act  the  contracting  officer  shall 
require  that  any  class  of  laborers  and  mechanics  not  listed  in 
the  Secretary's  decision,  which  will  be  employed  on  the  contract, 
shall  be  classified  or  reclassified  by  the  contractor  or  sub- 
contractor conformably  to  the  Secretary's  decision  and  a  report 
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of  the  administrative  action  taken  in  such  cases  shall  be  trans- 
mitted by  the  agency  to  the  Secretary  of  Labor.   In  the  event 
the  interested  parties  cannot  agree  on  the  proper  classification 
or  reclassification  of  and  rates  for  a  particular  class  of 
laborers  and  mechanics  to  be  used,  the  question,  accompanied  by 
the  recommendation  of  the  contracting  officer,  shall  be  referred 
to  the  Secretary  of  Labor  for  final  determination,   V/here  clas- 
sifications of  laborers  and  mechanics  which  were  not  included 
in  the  original  decision  are  desired  under  any  statutes  other 
than  the  Davis-Bacon  Act,  a  supplementary  wage  determination 
shall  be  requested  by  the  Agency  Head.   Wage  determinations 
issued  under  the  Davis-Bacon  Act  are  identified  by  law  code 
"DB".  The  law  code  is  omitted  on  wage  determinations  issued 
under  other  statutes. 

The  wage  rates  contained  in  this  decision  are  straight 
hourly  wage  rates.   In  some  areas  management  and  labor  organiza- 
tions in  the  construction  industry  have  collectively  bargained 
for  health  and  welfare  funds  and  other  similar  contributions 
are  not  included  in  wage  rates  determined  by  the  Secretary  of 
Labor  for  construction  projects. 

By  direction  of  the  Secretary  of  Labor, 
Charles  Donahue,  Solicitor  of  Labor 


Department,  Agency,  or  Bureau 

URA,  Housing  «5c  Home  Finance  Agency,  Reg,  1,  Rm.  906, 

3i|.6  Bwy.,  N.Y.  13,  N.Y.  Decision  No.  AB-8,920 

Description  of  Work:    Demolition  and  Site  Clearance 
Contract  No,  3  (Including  those  for  Extermination 
on  Rodent  Control  Workers)  Date  of  Decision 

Government  Center,  Mass,  R-35  10-22-62 

Boston,  Mass.  Expires  1-21-63 

Location:   Boston,  State  of  Massachusetts 
Suffolk  County 


Asbestos  workers 
II       If 


10-Mass. 

1-q 

Per  Hour 

$Ii..57 

improvers: 
1st    year  $0% 
2nd        "      60^ 
3rd        "      70^ 
I^th       "     Qo/o 

hh 


Boilermakers 

'♦        helpers 

Bricklayers 
Carpenters 
Cement  masons 
Electricians 
Elevator  constructors 


helpers 


Glaziers 
Ironworkers , 


It 
n 


"a" 

"B" 


structural 
ornamental 
reinforcing 

Lathers 
Lead  burners 
Marble  Setters 
"    Helpers 
Millwrights 
Painters: 
Brush 
Spray 
Pipe  fitters 
Piledrivermen 
Plasterers 
Plumbers 
Roofers: 

Roofers 

Helpers,  Class 
"     Class 
Sheet  metal  workers 
Soft  floor  layers 
Sprinkler  fitters 
Stone  masons 
Tile  setters 

"  "  helpers 
Riveters  &  ftelders  -  receive  rate 
prescribed  for  crafts  perform 
ing  operations  to  which  rivet 
ing  &  welding  are  incidental. 
Line  Construction:  (Comm.  &  Ind.) 
Blasting  specialists 
Linemen  -  welders  (gas, 

electric ) 
Line  equipment  op.,  cable- 
men  (underground) 
Driver  groundmen 
Groundmen 
Power  tool  op. 


Per  Hour 

3.975 

I|-.35 
3.85 

h'ko 
lf.5o 

1+.19 
2.9l| 
3.61 

5.26 
il.26 
i|..o5 
ij-.30 

14-.  05 

3.15 

1^.00 


3.70 

I4..65 
i^.55 
3.85 
3.95 
i^.50 

1^.00 

3.15 

2.00 

i4..125 

5.00 

k.i^O 

1^.35 

1^.25 

3.30 


1^.21^ 

1^.36 

3.90 

2.85 

2.79 
3.02 


Elevator  Probationary  Helpers 

1st  6  mos.  50^  of  Journeymen's  rate 


kS 


10-Mass. 


Apprentice  ochedule 


Period  and  Rate 

The  apprentice  rate  is  by  percentage  of  the  journeymen's  rate  unless  other- 
wise indicated. 


Craft 

Interval 

1st 

2nd 

3rd   4th  5th 

6th 

7th 

'8th 

9th 

10th 

Bricklayers 

500  hrs. 

$1.60 

2,05 

II 

1000  hrs. 

2.55 

3.30  3.60  3.85  4.15 

Cement  masons 

3  mos. 

50 

55 

II     It 

6  mos. 

65 

65   70   75 

85 

Electricians 

6  mos. 

40 

45 

50   55   60 

65 

70 

80 

Lathers 

6  mos. 

1.425 

1.425 

1.78  1.78  2.15 

2.50 

Painters 

1000  hrs. 

40 

50 

60   70   80 

90 

Plasterers 

6  mos. 

1.775 

1.875  1.W5  2.075  2.275  2.375 

2.475 

2.575 

Plumbers 

year 

1.50 

2.20 

2.60  3.05  3.70 

Sheet  metal  wkrs. 

6  mos. 

35 

40 

45   50   55 

60 

65 

70 

80 

90 

Glaziers  • 

6  mos. 

50 

55 

60   70   80 

90 

Ironworkers 

6  mos. 

50 

60  66-^3  66-^ 

Sprinkler  fitters 

6  mos. 

40 

45 

50   55   60 

65 

70 

75 

80 

80 

Carpenters 

250  hrs. 

1.35 

1.97 

II 

500  hrs. 

2.24 

2.33  2.46  2.52 

2.66 

II 

500  hrs. 

2.74 

2,81 

2.98  3.03  3.10 

3.24 

II 

500  hrs. 

3.34 

3.43 

3.52  3.60 

Lead  burners 

3  mos. 

30  -  1 

lext  9 

mos,  40 

II     II 

year 

45 

55    65   75 

Marble-Terrazzo : 

Green 

6  mos. 

1.85 

2.10 

2.60  3.05  3.20 

3.35 

Helpers-improver 

6  mos. 

3.05 

3.20 

3.35  3,70 

Pipe  fitters 

6  mos. 

40 

40 

45   50   55 

60 

65 

70 

75 

80 

Tilesetters 

non-helpers 

6  mos. 

1.90 

2.10 

2.60  3.05  3.20  3.35 

helpers 

6  mos. 

3.05 

3.20 

3.35  3.70 

46 


Mass.  3-PEO 
1-L 


Building  Construction 


Power  equipment  operators: 

Shovel,  cranes,  draglines,  trench  hoes,  backhoes, 
3  drum  machines,  derricks,  pile  drivers,  elevator 
tower,  hoists,  gradalls,  shovel  dozers  and  front 
end  loaders  (when  used  for  digging  and  loading), 
forklifts,  augers  |i|-.33 

Graders,  bulldozers,  scrapers  and  mechanics  3.96 

Booms  of  180  feet,  including  jib  -  25  cents  per  hour 

additional  l+.^B 

Roller,  spreaders,  tampers,  asphalt  pavers  3 •935 

Compressors,  pumps  and  v/elding  machines  (1-3  grouped), 
generators,  concrete  vibrators,  lighting  plants, 
heaters  (power  driven,  1-5),  pumpcrete  machines, 
wellpoint  machines  (installing  and  operating), 
syphons,  pulsmeters,  concrete  mixers,  air  or  steam 
valves  controlling  permanent  plant,  conveyors, 
Jackson  type  tampers,  firemen  3.725 

Oilers  and  apprentices,  truck  cranes  3 .05 

Mass,  3-Lab. 
3-TD 
1-J 
Building  Construction  Per  Hour 

Laborers: 

Laborers  3.00 

Jackhammer  op,,  pavement  breaker  op.  wagon 
drill  op,  asphalt  rakers,  stone  spreaders 
&  rakers,  diamond  head  and  carbine  core 

drilling  machines,  Barco  tamper  ops,  3.25 

Blasters,  powdermen  3.50 

Plasters'  tenders  3.20 

Open  Air  Caisson  Cylindrical  Work  &:  Boring  Crew 

Bottom  men  3 .50 

Top  men  3.00 

Test  Boring 

Helpers  3.12 

Building  V/recking 

Laborers  2.63 

Adzemen,  burners,  jackhammers  2.80 

Truck  Drivers 

2-axle  trucks  2.89 
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205.0   CONTRACT  V/ORK  HOURS  STANDARDS  ACT~OVLRTIME  COMPENSATION 

205.1  Overtime  requirements.   No  Contractor  or  Subcontractor 
contracting  for  any  part  of  the  contract  work  shall  require  or 
permit  any  laborer  or  mechanic,  including  watchmen  and  guards,  to 
be  employed  on  such  work  in  excess  of  eight  hours  in  any  calendar 
day  or  in  excess  of  forty  hours  in  any  workweek  unless  such 
laborer  or  mechanic  receives  compensation  at  a  rate  not  less 
than  one  and  one-half  times  his  basic  rate  of  pay  for  all  hours 
worked  in  excess  of  eight  hours  in  any  calendar  day  or  in  excess 
of  forty  hours  in  such  workweek,  whichever  is  the  greater  number 
of  overtime  hours. 

205.2  Violations;   Liability  for  unpaid  wages;   Liquidated 
damages .   In  the  event  of  any  violation  of  Section  205.1,  the 
Contractor  and  any  Subcontractor  responsible  therefor  shall  be 
liable  to  any  affected  employee  for  his  unpaid  wages.   In  addi- 
tion, such  Contractor  or  Subcontractor  shall  be  liable  to  the 
United  States  for  liquidated  damages.   Such  liquidated  damages 
shall  be  computed,  v/ith  respect  to  each  individual  laborer  or 
mechanic  employed  in  violation  of  clause  a,  in  the  sum  of  $10 
for  each  calendar  day  on  which  such  employee  was  required  or 
permitted  to  work  in  excess  of  eight  hours  or  in  excess  of  forty 
hours  in  a  workweek  without  payment  of  the  overtime  wages  re- 
quired by  Section  205.1. 

205.3  Vlfithholdinp:  for  unpaid  v/ages  and  liquidated  damages. 
The  Authority  may  withhold  from  any  moneys  payable  on  account  of 
work  performed  by  the  Contractor  or  Subcontractor  the  full  amount 
of  wages  required  by  the  contract  and  such  sums  as  may  adminis- 
tratively be  determined  to  be  necessary  to  satisfy  any  liabilities 
of  such  Contractor  or  Subcontractor  for  liquidated  damages  as 
provided  in  Section  205.2. 

205. ij.  Insertion  of  clauses  in  subcontracts.  The  Contractor 
agrees  to  insert  the  foregoing  sections  205.1,  205.2,  and  205. 3j 
and  this  section  205. I4-,  in  all  subcontracts. 

206.0        EMPLOYiviLNT    OF  APPRENTICES 

Apprentices  (to  mechanics)  will  be  permitted  to  perform  work 
covered  by  this  Contract  only  under  a  bona  fide  apprenticeship 
program  registered  with  a  State  Apprenticeship  Council  v/hich  is 
recognized  by  the  Federal  Committee  on  Apprenticeship,  United 
States  Department  of  Labor,  or,  if  no  such  recognized  Council 
exists  in  a  State,  under  a  program  registered  with  the  Bureau 
of  Apprenticeship,  United  States  Department  of  Labor, 

207.0        UNDER  PA  YlvILNTS    OF   WAGES   OR   SALARIES 

In  case  of  underpayment  of  wages  or  salaries  by  the  Con- 
tractor or  by  any  subcontractor  to  laborers,  mechanics  or  tech- 
nical employees  employed  by  the  Contractor  or  subcontractor  upon 


the  work  covered  by  this  Contract,  the  Authority  in  addition  to 
such  other  rights  as  may  be  afforded  it  under  this  Contract  may 
withhold  from  the  Contractor,  out  of  any  pajrments  due  the  Con- 
tractor, so  much  thereof  as  the  Authority  may  consider  necessary 
to  pay  such  laborers,  mechanics  or  technical  employees  the  full 
amount  of  wages  or  salaries  required  by  this  Contract.   The  amount 
so  withheld  shall  be  disbursed  by  the  Authority,  for  and  on  ac- 
count of  the  Contractor  or  the  subcontractor  (as  may  be  appro- 
priate), to  the  respective  laborers,  mechanics  or  technical  em- 
ployees to  whom  the  same  is  due. 

208.0   CONTRACTOR'S  CERTIPICATLS 

Before  each  payment  by  the  Authority  to  the  Contractor  under 
this  Contract,  the  Contractor  shall  furnish  the  Authority  with 
his  certificate,  in  duplicate,  substantially  to  the  effect  that 
the  Contractor  and  each  subcontractor  has  complied  with  the  vi/age 
and  other  Labor-Standards  Provisions  of  this  Contract  which  per- 
tain to  laborers  and  mechanics  employed  upon  the  work  covered  ty 
this  Contract  or  that  there  is  an  honest  dispute  with  respect  tc 
such  provisions.  The  form  of  the  certificate  to  be  used  will  be 
furnished  by  the  Authority, 

209.0   NONDISCRIMINATION 

There  shall  be  no  discrimination  by  the  Contractor  or  by  any 
subcontractor  against  any  employee  or  applicant  for  employment 
on  the  work  covered  by  this  Contract  because  of  race,  creed,  color 
or  national  origin.   'The  Contractor  will  cause  the  foregoing 
provision  to  be  inserted  in  all  subcontracts  for  any  work  covered 
by  this  Contract,  provided  that  the  foregoing  provisions  of  this 
Section  209.0  shall  not  apply  to  contracts  or  subcontracts  for 
standard  commercial  supplies  or  raw  materials.   The  Contractor 
will  post,  and  will  cause  each  subcontractor  thereunder  whose 
subcontract  calls  for  any  work  covered  by  this  Contract  to  post, 
in  conspicuous  places  available  to  their  respective  employees  and 
applicants  for  employment  for  work  to  which  the  nondiscrimination 
provisions  of  this  Section  apply,  notices  to  be  provided  by  the 
Local  Public  Agency  relative  to  the  applicable  provisions  of  this 
Section." 

This  provision  shall  include,  but  not  be  limited  to  the 
following:   Emplo3rment,  upgrading,  demotion  or  transfer;  recruit- 
ment or  recruitment  advertising;  layoff  or  termination,  rates  of 
pay  or  other  forms  of  compensation;  and  selection  for  training, 
including  apprenticeship. 

210.0   EMPLOYiviLi-IT  OF  CERTAIN  PERSONS  PROHIBITED 

No  person  who,  at  the  time,  is  serving  sentence  in  a  penal 
or  correctional  institution  shall  be  employed  on  the  work  cover- 
ed by  this  Contract. 
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211.0   REGULATIONS  PURSUANT  TO  SO-CALLED  "ANTI-KICKBACK  ACT" 

The  Contractor  shall  comply  with  the  applicable  regulations 
(a  copy  of  which  is  attached)  of  the  Secretary  of  Labor,  United 
States  Department  of  Labor,  made  pursuant  to  the  so-called  "Anti- 
Kickback  Act"  of  June  13,  1931+,  (I|-8  Stat.  9i+8;  62  Stat.  7l|0;  63 
Stat.  108;  title  l8  U.S.C.,  section  87i+;  and  title  ij.0  U.S.C., 
section  276  c),  and  any  amendments  or  modifications  thereof, 
shall  cause  appropriate  provisions  to  be  inserted  in  subcontracts 
to  insure  compliance  therewith  by  all  subcontractors  subject 
thereto,  and  shall  be  responsible  for  the  submission  of  affida- 
vits required  of  subcontractors  thereunder,  except  as  said  Secre- 
tary of  Labor  may  specifically  provide  for  reasonable  limitations, 
variations,  tolerances  and  exemptions  from  the  requirements 
thereof . 

212.0   EMPLOYI;IENT  OP  L>\BORERS  OR  wIECHANICS  NOT  LISTED  IN  AFORE- 
SAID l-AGE  DETERMINATION  DECISION 

In  case  it  becomes  necessary  for  the  Contractor  or  any  sub- 
contractor to  employ  upon  the  work  covered  by  this  Contract  any 
class  of  laborers  or  mechanics  not  listed  in  the  wage  determina- 
tion decision  of  the  Secretary  of  Labor,  United  States  Department 
of  Labor,  hereinabove  set  forth,  the  Contractor  shall  immediately 
notify  the  Authority  in  writing  to  that  effect,  giving  the  perti- 
nent details  with  respect  to  the  matter,  to  the  end  that  an 
appropriate  wage  determination  decision  by  said  Secretary  of 
Labor  with  respect  to  such  laborers  and  mechanics  may  be  promptly 
obtained  and  furnished  by  the  Authority  to  the  Contractor,  and 
the  Contractor  and  each  subcontractor  employing  such  laborers 
and  mechanics  shall  comply  with  such  wage  determination  decision 
so  furnished. 

213.0    POSTING  IVAGE  DETERMINATION  DECISIONS  AND  AUTHORIZED  V/AGE 
DEDUCTIONS 

"The  applicable  wage  poster  of  the  Secretary  of  Labor,  United 
States  Department  of  Labor  (SOL  l55-aj  dated  November,  1955)  and 
the  applicable  wage  determination  decisions  of  said  Secretary  of 
Labor,  with  respect  to  the  various  classifications  of  laborers 
and  mechanics  employed  and  to  be  employed  upon  the  work  covered 
by  this  Contract,  and  a  statement  showing  all  deductions,  if  any, 
in  accordance  with  the  provisions  of  this  Contract,  to  be  made 
from  wages  actually  earned  by  persons  so  employed  or  to  be  em- 
ployed in  such  classifications  shall  be  posted  at  appropriate 
conspicuous  points  at  the  site  of  the  work." 

2lij..O   COMPLAINTS,  ETC.,  BY  EivIPLOYEES 

No  laborer,  mechanic  or  technical  employee  to  whom  the  wage, 
salary  or  other  labor-standards  provisions  of  this  Contract  are 
applicable  shall  be  discharged  or  in  any  other  manner  discriminated 
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against  by  the  Contractor  or  any  subcontractor  because  such  em- 
ployee has  filed  any  complaint  or  instituted  or  caused  to  be 
instituted  any  proceeding  or  has  testified  or  is  about  to  testify 
in  any  proceeding  under  or  relating  to  the  labor  standards  appli- 
cable under  this  Contract  to  his  employer. 

215.0   CLAIMS  AND  DISPUTES  PERTAINING  TO  SALARY  RATES  FOR 
TECHNICAL  EMPLOYEES 

Claims  and  disputes  pertaining  to  salary  rates  or  to  classi- 
fications of  technical  employees  employed  upon  the  work  covered 
by  this  Contract  shall  be  promptly  reported  in  writing  by  the 
Contractor  to  the  Authority  for  the  latter' s  decision  which  shall 
be  final  with  respect  thereto. 

216.0   CLAIMS  AND  DISPUTES  PERTAINING  TO  '..AGE  RATES  FOR  LABORERS 
AND  iviECHANICS 

Claims  and  disputes  pertaining  to  wage  rates  or  to  classi- 
fications of  laborers  and  mechanics  employed  upon  the  v;ork 
covered  by  this  Contract  shall  be  promptly  reported  in  writing 
by  the  Contractor  to  the  Authority  for  referral  by  the  latter 
through  the  Administrator  to  the  Secretary  of  Labor,  United 
States  Department  of  Labor,  whose  decision  shall  be  final  with 
respect  thereto. 

217.0   QUESTIONS  CONCERNING  CERTAIN  F-EDERAL  STATUTES  AND 
REGULATIONS 

All  questions  arising  under  this  Contract  which  relate  to 
the  application  or  interpretation  of  (a)  the  aforesaid  Anti- 
Kickback  Act,  (b)  the  regulations  issued  by  the  Secretary  of 
Labor,  United  States  Department  of  Labor,  pursuant  to  said  Act, 
(c)  the  aforesaid  Davis-Bacon  Act,  or  (d)  the  labor-standards 
provisions  of  Title  I  of  the  Housing  Act  of  l^i^S)    (Public  Law 
171  -  8lst  Congress,  approved  July  l5,  19^9) >  shall  be  referred, 
through  the  Authority  and  the  Administrator,  to  the  Secretary  of 
Labor,  United  States  Department  of  Labor,  for  said  Secretary's 
appropriate  ruling  or  interpretation  which  shall  be  authoritative 
and  may  be  relied  upon  for  the  purpose  of  this  Contract, 

218.0        PAYROLLS    OF  THE   COOTRACTOR   AND    OF   SUBCONTRACTORS 

The  Contractor  and  each  subcontractor  shall  prepare  his 
payrolls  on  forms  satisfactory  to  and  in  accordance  with  instruc- 
tions to  be  furnished  by  the  Authority,   Each  such  payroll  shall 
show,  among  other  things,  the  total  number  of  persons,  and  of 
that  number  the  total  number  Negro  (or  non-white)  persons,  on  the 
payroll  at  skilled,  semi-skilled  and  unskilled  classifications 
employed  by  the  Contractor  or  the  subcontractor  (as  the  case  may 
be)  upon  the  v/ork  covered  by  his  contract,  the  amount  of  such 
payroll  and  total  man-hours  worked  for  each  such  indicated  group- 
ing.  The  Contractor  shall  submit  weekly  to  the  Authority  two 
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certified  copies  of  all  payrolls  of  the  Contractor  and  of  the 
subcontractors.   The  certification  with  respect  to  each  such  pay- 
roll shall  affirm  that  the  payroll  is  correct  and  complete,  that 
the  wage  rates  contained  therein  for  laborers  and  mechanics  are 
not  less  than  those  applicable  to  such  laborers  and  mechanics 
pursuant  to  this  Contract,  and  that  the  classifications  set  forth 
for  each  laborer  or  mechanic  conform  with  the  work  he  performed. 
The  payroll  records  of  the  Contractor  and  each  subcontractor 
covering  all  laborers  and  mechanics  employed  upon  the  work  cov- 
ered by  this  Contract  shall  be  maintained  during  the  course  of 
the  work  and  preserved  for  a  period  of  three  years  thereafter. 
Such  payroll  records  shall  contain  the  name  and  address  of  each 
such  employee,  his  correct  classification,  rate  of  pay,  daily  or 
weekly  number  of  hours  worked,  deductions  made  and  actual  wages 
paid.   The  Contractor  and  each  subcontractor  shall  make  his 
employment  records  with  respect  to  persons  employed  by  him  upon 
the  work  covered  by  this  Contract  available  for  inspection  by 
the  Administrator,  and  authorized  representatives  of  the  Author- 
ity and  of  the  United  States  Department  of  Labor.   The  Adminis- 
trator and  such  representatives  shall  be  permitted  to  interview 
employees  of  the  Contractor  or  of  any  subcontractor  during  work- 
ing hours  on  the  job, 

219.0   SPECIFIC  COVERAGE  OP  CERTAIN  TYPES  OP  WORK  BY  EMPLOYEES 

The  transporting  of  materials  and  supplies  to  or  from  the 
site  of  the  Project  to  which  this  Contract  pertains  by  the 
employees  of  the  Contractor  or  of  any  subcontractor,  and  the 
manufacturing  or  furnishing  of  materials,  articles,  supplies  or 
equipment  on  the  site  of  the  Project  to  which  this  Contract 
pertains  by  persons  employed  by  the  Contractor  or  by  any  sub- 
contractor, shall,  for  the  purposes  of  this  Contract,  and  with- 
out limiting  the  generality  of  the  foregoing  provisions  of  this 
Contract,  be  deemed  to  be  work  to  which  these  Federal  Labor- 
Standards  Provisions  of  this  Part  II  of  General  Conditions  are 
applicable. 

220.0    INELIGIBLE  SUBCONTRACTORS 

The  Contractor  shall  not  subcontract  any  part  of  the  work 
covered  by  this  Contract  or  permit  subcontracted  work  to  be 
further  subcontracted  without  the  Authority's  prior  written 
approval  of  the  Subcontractor.   The  Authority  will  not  approve 
any  subcontractor  for  work  covered  by  this  Contract  who  is  at 
the  time  ineligible  under  the  provisions  of  any  applicable  regu- 
lations issued  by  the  Secretary  of  Labor,  United  States  Depart- 
ment of  Labor,  to  receive  an  award  of  such  subcontract. 

221.0        INTEREST    OP   CERTAIN  FEDERAL  AND   OTHER    OFFICIALS 

221.1   No  Member  of  or  Delegate  to  the  Congress  of  the  United 
States  and  no  Resident  Commissioner  shall  be  admitted  to  any 
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share  or  part  of  this  Contract  or  to  any  benefit  to  arise  from 
same.  Provided:   That  the  foregoing  provision  of  this  Section 
shall  not  be  construed  to  extend  to  this  Contract  if  made  with 
a  Corporation  for  its  general  benefit, 

221.2  No  member  of  the  governing  body  of  the  Authority  who 
exercises  any  functions  or  responsibilities  in  connection  with 
the  carrying  out  of  the  project  to  which  this  Contract  pertains, 
and  no  other  officer  or  employee  of  the  Authority  who  exercises 
any  such  functions  or  responsibilities,  shall  have  any  private 
interest,  direct  or  indirect,  in  this  Contract  v/hich  is  incom- 
patible or  in  conflict  with  the  discharge  or  fulfillment  of  his 
functions  and  responsibilities  in  connection  with  the  carrying 
out  of  the  Project  to  which  this  Contract  pertains. 

222.0    PROVISIONS  TO  BE  INCLUDED  IN  CERTAIN  SUBCONTRACTS 

The  Contractor  shall  include  or  cause  to  be  included  in 
each  subcontract  covering  any  of  the  work  covered  by  this  Con- 
tract, provisions  which  are  consistent  with  the  Federal  Labor- 
Standards  Provisions  of  this  Part  II  of  General  Conditions. 

223.0        BREACH   OF  FOREGOING  FEDERAL   LABOR -ST  Ai'IDARDS   PROVISIONS 

In  addition  to  the  causes  for  termination  of  this  Contract 
as  herein  elsewhere  set  forth,  the  Authority  hereby  reserves  the 
right  to  terminate  this  Contract  if  the  Contractor  or  any  sub- 
contractor v/hose  subcontract  covers  any  of  the  work  covered  by 
this  Contract  shall  breach  any  of  the  Federal  Labor-Standards 
Provisions  of  this  Part  II  of  General  Conditions  which  pertain 
to  laborers  or  mechanics. 
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ATTACHMENT  TO 

PART  II 

CF  GENERAL  CONDITIONS 

(SO-CAILED  "ANTI-KICKBACK  ACT",  AND 
REGULATIONS  PRCMULGhTED  PURSUANT 
THERETO  BY  THE  SECRETARY  CF  LABOR, 
UNITED  STATES  DEPARTf^ENT  CF  LABOR) 

TITLE  IS,   U.S.C.,  Section  ^74 

(Replaces  section  1  of  the  Act  of 
June  13,  1934  (4^  Stat.  94^,  40 
U.S.C,  sec.  276B)  pursuant  to 
the  Act  of  June  25,  194^,  62  Stat. 
862) 

Kickbacks  from  Public  VJorks  Employees 

V/hoever,  by  force,  intimidation,  or  threat  of  procuring 
dismissal  from  employment,  or  by  any  other  manner  whatsoever 
induces  any  person  employed  in  the  construction,  prosecution, 
completion  or  repair  of  any  public  building,  public  work,  or 
building  or  work  financed  in  whole  or  in  part  by  loans  or  grants 
from  the  United  States,  to  give  up  any  part  of  the  compensation 
to  which  he  is  entitled  under  his  contract  of  employment,  shall 
be  fined  not  m.ore  than  .',,.5,000  or  im^prisoned  not  more  than  five 
years,  or  both. 

SECTION  2  OF  THE  ACT  (F  JUNE  13,  1934,  AS  AMENDED 
(48  Stat.  948,  62  Stat.  862,  63  Stat. 
108,  72  Stat.  967,  40  U.cC.  sec.  276c) 

The  Secretary  of  Labor  shall  make  reasonable  regulations  for 
Contractors  and  subcontractors  engaged  in  the  construction, 
prosecution,  completion  or  repair  of  public  buildings,  public 
works  or  buildings  or  v;orks  financed  in  whole  or  in  part  by  loans 
or  grants  from  the  United  States,  including  a  provision  that  each 
Contractor  and  subcontractor  shall  furnish  v/eekly  a  statement 
with  respect  to  the  wages  paid  each  employee  during  the  preceding 
week.  Section  1001  of  Title  18  of  the  United  States  Code 
(Criminal  Code  and  Criminal  Procedure)  shall  apply  to  such  state- 
ments. 

XXX 

Pursuant  to  the  aforesaid  anti-Kickback  Act,  the  Secretary  of 

Labor,  United  States  Department  of  Labor,  has  promulgated  the 

regulations  hereinafter  set  forth,  which  regulations  are  found 
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in  Title  29,  Subtitle  A,  Code  of  Federal  Regulations,  Part  3. 
The  term,  "this  part",  as  used  in  the  regulations  hereinafter 
set  forth,  refers  to  Part  3  last  above  mentioned.   Said  regula- 
tions are  as  follows: 

CCNTRACTCRS  AND  SUBCCNTRACTCRS  CN  PUBLIC 
BUILDING  AND  PUBLIC  VJC RK  aND  CN  BUILDING 
AND  V/ORK  FINANCED  IN  UHCLE  CR  IN  FART  BY 
LCANS  CR  GR.-.NT5  FRCM  THE  UNITED  STATES 

Section  3.1  Purpose  and  Scope.   The  regulations  in  this 
part  are  promulgated  to  aid  in  the  enforcement  of  the  Copeland 
Act,  as  amended  (4S  Stat.  948,  62  Stat.  862,  63  Stat.  108, 
72  Stat.  967;  40  U.S.C.  276c)  and  to  effectuate  the  purpose  of 
the  Anti-Kickback  Act,  as  amended  (62  Stat.  740,  18  U.S.C.  874), 
the  Davis-Bacon  Act,  as  amended  (46  Stat.  1494,  49  Stat.  1011, 
54  Stat.  399,  55  Stat.  53,  40  U.S.C.  276,  276a,  et  seq.)  and 
certain  other  statutes  concerning  rates  of  pay  for  labor. 

Section  3.2  Definitions.-  -  As  used  in  the  regulations  in 
this  part: 

a.  The  terms  "building"  or  "work"  generally  include  con- 
struction activity  as  distinguished  from  manufacturing,  furnish- 
ing of  materials,  or  servicing  and  maintenance  work.   The  terms 
include,  without  limitation,  buildings,  structures,  and  improve- 
ments of  all  types,  such  as  bridges,  dams,  plants,  highways, 
parkways,  streets,  subways,  tunnels,  sewers,  mains,  powerlines, 
pumping  stations,  railways,  ships,  vessels,  airports,  terminals, 
docks,  piers,  wharves,  ivays,  lighthouses,  buoys,  jetties,  break- 
v/aters,  levees,  and  canals;  dredging,  shoring,  scaffolding, 
drilling,  blastini;:,  excavating,  clearing  and  landscaping.   Unless 
conducted  in  connection  witii  and  at  the  site  of  such  a  building 
or  work  as  is  described  in  the  foregoing  sentence,  the  manufac- 
ture or  furnishing  of  materials,  articles,  supplies  or  equipment 
(whether  or  not  a  Federal  or  State  agency  acquires  title  to  such 
materials,  articles,  supplies  or  equipment  during  the  course  of 
the  manufacture  or  furnishing,  or  owns  the  materials  from  which 
they  are  manufactured  or  furnished)  is  not  a  "building"  or  "work" 
within  the  meaning  of  the  regulations  in  this  part. 

b.  The  terms  "construction",  "prosecution",  "completion" 
or  "repair"  mean  all  types  of  work  done  on  a  particular  building 
or  work  at  the  site  thereof,  including,  without  limitation, 
altering,  remodeling,  painting  and  decorating,  the  transporting 
of  materials  and  supplies  to  or  from  the  building  or  work  by  the 
employees  of  the  construction  contractor  or  construction  subcon- 
tractor, and  the  manufacturing  or  furnishing  of  materials,  ar- 
ticles, supplies,  or  equipment  en  the  site  of  the  building  or 
work,  by  persons  employed  at  the  site  by  the  contractor  or  sub- 
contractor. 
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c.  The  terms  "public  building"  or  "public  work"  include 
building  or  work  for  whose  construction,  prosecution,  comple- 
tion or  repair,  as  defined  above,  a  Federal  agency  is  a  con- 
tracting party,  regardless  of  v;hether  title  thereof  is  in  a 
Federal  agency. 

d.  The  term  "building  or  work  financed  in  whole  or  in 
part  by  loans  or  grants  from  the  United  States"  includes  building 
or  work  for  v;hose  construction,  prosecution,  completion  or  re- 
pair, as  defined  above,  payment  or  part  payment  is  made  from  funds 
of  any  Federal  agency  and  for  which  a  Federal  or  State  agency  is 

a  contracting  party,  or  for  which  minimum  wages  are  predetermined 
by  Federal,  State  or  local  agencies. 

e.  Every  person  paid  by  a  contractor  or  subcontractor  in 
any  manner  for  his  labor  in  the  construction,  prosecution,  comple- 
tion or  repair  of  a  public  building  or  public  work  or  building  or 
work  financed  in  whole  or  in  part  by  loans  or  grants  from  the 
United  States  is  "employed"  and  receiving  "wages",  regardless  of 
any  contractual  relationship  alleged  to  exist  between  him  and  the 
real  employer. 

f.  The  term  "any  affiliated  person"  includes  a  spouse, 
child,  parent,  or  other  close  relative  of  the  Contractor  or  sub- 
contractor; a  partner  or  officer  of  the  Contractor  or  subcon- 
tractor; a  corporation  closely  connected  with  the  Contractor  or 
subcontractor  as  parent,  subsidiary  or  othervxise,  and  an  officer 
or  agent  of  such  corporation. 

g.  The  term  "Federal  agency"  means  the  United  States,  the 
District  of  Columbia,  and  all  executive  departments,  independent 
establishments,  administrative  agencies,  and  instrumentalities 
of  the  United  States  ana  of  tlie  Dirtrict  of  Columbia,  including 
corporations,  all  or  substantially  all  of  the  stock  of  which  is 
beneficially  owned  by  the  United  States,  by  the  District  of 
Columbia,  or  any  of  the  foregoing  departments,  establishments, 
agencies  and  instrumentalities. 

Section  3.3  IJeekly  Statement  with  Respect  to  Payment  of 
Uages. 

a.  As  used  in  this  section,  the  term  "employee"  shall  not 
apply  to  persons  in  classifications  higher  than  that  of  laborer 
or  mechanic  and  those  v/ho  are  the  immediate  supervisors  of  such 
employees . 

b.  Each  Contractor  or  subcontractor  engaged  in  the  con- 
struction, prosecution,  completion  or  repair  of  any  public 
building  or  public  work,  or  building  or  v/ork  financed  in  v;hole 
or  in  part  by  loans  or  grants  from  a  Federal  agency,  shall  fur- 
nish each  week  a  statement  with  rerpect  to  the  wages  paid  each 
of  its  employees  engaged  on  work  covered  by  these  regulations 
during  the  preceding  weekly  payroll  period.   The  statement  shall 
be  executed  by  the  Contractor  or  subcontractor  or  by  an  aut::or- 
ized  officer  or  employee  of  the  Contractor  or  subcontractor  v/ho 
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supervises  the  payment  of  wages,  and  shall  be  in  the  following 
form: 

WEEKLY  STATEMENT  CF  COMPLIANCE 

>  19 


State  of  _ 
County  of 


I, (name  of  signatory 

party)   (title),  do  hereby  state: 

That  I  pay  or  supervise  the  payment  of  the  persons  employed  by 
(Contractor  or  subcontrac- 
tor) on  the  (building  or  work)  : 

that  during  the  payroll  period  commencing  on  the  day  of 

,  19 and  ending  the  day  of 

,  19 all  persons  employed  on  said 

project  have  been  paid  the  full  weekly  wages  earned,  that  no 
rebates  have  been  or  will  be  made  either  directly  or  indirectly 
to  or  on  behalf  of  said  (Contrac- 
tor or  subcontractor)  from  the  full  weekly  wages  earned  by  any 
person  and  that  no  deductions  have  been  made  either  directly  or 
indirectly  fi'om  the  full  weekly  wages  earned  by  any  person, 
other  than  perm.irsible  deductions,  as  defined  in  Regulations, 
Part  3  (29  CFR  Part  3) ,  issued  by  the  Secretary  of  Labor  under 
the  Copeland  Act,  as  anended  [l+S   Ctat.  94S,  63  Stat.  lOB,    72 
Stat.  967;  40  U.o.C.  276c)  and  described  below: 

(Paragraph  describing  deductions,  if  any) 


(Signature  and  title) 

Section  1001  of  Title  18  of  the  United  States  Code  (Criminal 
Code  and  Criminal  Procedure)  shall  apply  to  such  statements  -- 
72  Stat.  967.   (18  U.S.C.  1001,  among  other  things,  provides 
that  whoever  knowingly  and  v/illfully  makes  or  uses  a  document 
writing  containing  any  false,  fictitious  or  fraudulent  statement 
or  entry,  in  any  matter  within  the  jurisdiction  of  any  department 
or  agency  of  the  United  States,  shall  be  fined  not  more  than 
.tjlO,000  or  imprisoned  not  more  than  five  years,  or  both.) 
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c.   Upon  a  written  finding  by  the  head  of  a  Federal  agency, 
the  Secretary  of  Labor  may  provide  reasonable  limitations,  vari- 
ations, tolerances,  and  exemptions  from  the  requirements  of  this 
section  subject  to  such  conditions  as  the  Secretary  of  Labor  may 
specify. 

Section  3.4  Submission  of  Weekly  Statements  and  the  Pres- 
ervation and.  Inspection  of  V^eekly.  Payroll  Records. 

a.  Each  weekly  statement  shall  be  delivered  by  the  Con- 
tractor or  subcontractor,  v/ithin  seven  days  after  the  regular 
payment  date  of  the  payroll  period,  to  a  representative  of  a  Fed- 
eral or  State  agency  in  charge  at  the  site  of  the  building  or  • 
work,  or,  if  there  is  no  representative  of  a  Federal  or  State 
agency  at  the  site  of  the  building  or  work,  the  statement  shall 
be  mailed  by  the  Contractor  or  subcontractor,  within  such  time, 
to  a  Federal  or  State  agency  contracting  for  or  financing  the 
building  or  work.   After  such  examination  and  check  as  may  be 
made,  such  statement,  or  a  copy  thereof,  shall  be  kept  available, 
or  shall  be  transmitted  together  with  a  report  of  any  violation, 
in  accordance  with  applicable  procedures  prescribed  by  the  United 
States  Department  of  Labor. 

b.  Each  Contractor  or  subcontractor  shall  preserve  his 
weekly  payroll  records  for  a  period  of  three  years  from  date  of 
completion  of  the  contract.   The  payroll  records  shall  set  out  ac- 
curately and  completely  the  name  and  address  of  each  laborer  or 
mechanic,  his  correct  classification,  rate  of  pay,  daily  and  week- 
ly number  of  hours  worked,  deductions  made,  and  actual  v/ages  paid. 
Such  payroll  records  shall  be  made  available  at  all  times  for  in- 
spection by  the  contracting  officer  or  his  authorized  representa- 
tive, and  by  authorized  representatives  of  the  Department  of  Labor. 

Section  3.5   Payroll  Deductions. 

a.  Deductions  i''or  the  following  purposes  are  permissible: 

1.  Where  required  by  Federal,  State  or  local  statutes 
or  ordinances  to  be  made  by  the  employer  from  the 
wages  earned  by  the  employee: 

2.  Bona  fide  prepayment  of  wages  without  discount  or 
interest : 

3.  Deductions  required  by  court  process  provided  that 
the  Contractor  or  subcontractor  will  not  be  permitted 
to  make  such  a  deduction  in  favor  of  the  Contractor, 
subcontractor  or  any  affiliated  person  or  where 
collusion  or  collaboration  exists. 

b.  Any  deduction  is  also  permissible  which  in  fact  meets 
the  following  standards  and  vrith  respect  to  which  the  Contractor 
or  subcontractor  shall  have  made  written  application  by  regis- 
tered mail  to  the  Secretary  of  Labor,  a  c  .py  of  which  application 
shall  be  sent  to  the  contracting  agency  by  the  Contractor  or  sub- 

58 


contractor,  setting  forth  all  the  pertinent  facts  indicating 
that  such  deductions  will  meet  the  following  standards: 

1.  That  such  deduction  is  not  prohibited  by  other  law; 
and 

2.  That  such  deduction  is  (i)  voluntarily  consented 
to  by  the  employee  in  writing  and  in  advance  of  the  period  in 
whicn  the  work  was  done,  and  that  consent  to  the  deduction  is  not 
a  condition  either  for  the  obtaining  of  or  for  the  continuance 

of  employment;  or  (ii)  that  such  deduction  is  for  the  benefit  of 
the  employees  or  their  labor  organization  through  which  they  are 
represented  and  is  provided  for  in  a  bona  fide  collective  bar- 
gaining agreement;  and 

3.  That  from  such  deduction  no  payment  is  made  to, 
nor  profit  or  benefit  is  obtained  directly  or  indirectly  by  the 
Contractor  or  subcontractor  or  any  affiliated  person  and  that  no 
portion  of  the  funds,  whether  in  the  form  of  a  commission  or 
otherwise,  will  be  returned  to  the  Contractor  or  subcontractor  or 
to  any  affiliated  person;  and 

4.  That  the  convenience  and  interest  of  the  employees 
are  served  thereby,  and  that  such  or  similar  deductions  have  been 
customary  in  this  or  comparable  situations. 

c.  After  application  in  good  faith,  the  deduction  may  be 
made  in  accordance  with  the  foregoing  standards:   Provided,  how- 
ever, That  if  the  Secretary  of  Labor,  on  his  own  motion,  or  on 
the  application  of  any  person  or  agency  affected  by  the  granting 
of  the  application,  shall  conclude  at  any  time,  after  written 
notice  to  the  applicant  and  an  opportunity  for  him  to  present  his 
views  in  support  of  the  deduction,  that  the  deduction  has  not  met 
the  foregoing  standards,  such  deduction  shall  cease  to  be  "per- 
missible" seven  days  after  the  applicant  and  the  Federal  agency 
concerned  have  been  notified  of  the  Secretary's  decision. 

d.  Upon  application  to  and  prior  written  permission  from 
the  Secretary  of  Labor,  and  subject  to  the  standards  set  forth  in 
paragraph  (b)  (1) ,  (2) ,  and  (4)  of  this  section,  deductions  may 

be  made  by  a  Contractor  or  subcontractor  or  any  affiliated  person, 
for  membership  fees  in  group  benefit  or  retirement  associations; 
for  board  and  lodging;  or  for  other  purposes  where  the  Secretary 
of  Labor  concludes  the  deduction  is  required  by  compelling  cir- 
ciomstances;  Provided,  however.  The  Contractor,  subcontractor,  or 
any  affiliated  person  does  not  make  a  profit  or  benefit  directly 
or  indirectly  from  the  deduction.   A  copy  of  the  Secretary's 
decision  shall  be  cent  to  the  applicant  and  the  Federal  agency 
concerned. 

e.  In  accordance  v/ith  and  subject  to  the  standards  set 
forth  in  subparagraphs  (1)  through  (4)  of  paragraph  (b)  of  this 
section,  general  permission  is  hereby  granted  to  make  payroll 
deductions  for: 
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1.  The  payment  of  the  purchase  price  of  United  States 
Defense  i;tamps  and  Bonds  and  United  States  Tax 
Savings  Notes; 

2.  The  repayment  of  loans  to  or  the  purchase  of  shares 
in  credit  unions  organized  and  operated  in  accord- 
ance with  District  of  Columbia,  Federal  or  State 
credit  union  statutes; 

3.  Contributions  to  a  Federal  governmental  or  quasi- 
governmental  agency; 

4.  The  payment  of  dues  or  premiums  to  unaffiliated 
insurance  companies  or  associations  for  medical  or 
hospitalization  insurance  where  the  employer  is  not 
required  by  Federal,  State  or  local  laws  to  supply 
such  insurance  or  benefits  ; 

5.  Contributions  to  the  Red  Cross  and  to  Community 
Chests  ; 

6.  Regular  union  initiation  fees  and  membership  dues 
where  a  collective  bargaining  agreement  provides  for 
such  deductions.   This  does  not  include  work  permits 
or  special  assessments. 

f .  In  any  case  in  which  the  em.ployee  does  not  have  full 
and  actual  freedom  of  dispoc-ition  of  his  wage  pajn^ient,  whether 
made  in  cash  or  by  check,  any  restricted  payment  made  to  the  em- 
ployee is  considered  a  deduction  under  the  regulations  in  this 
part . 

g.  Nothing  herein  shall  be  construed  to  permit  any  deduc- 
tion which  the  Contractor  or  subcontractor  knew,  or  in  the  exer- 
cise of  good  faith  should  have  known,  did  not  meet  the  foregoing 
standards.   In  order  to  insure  compliance  with  this  section,  the 
Secretary  of  Labor  may  notify  the  Contractor  or  subcontractor 
that  the  deduction  will  be  permitted  only  if  certain  conditions 
with  respect  thereto  are  observed.   The  Contractor  or  subcontract- 
or or  any  affiliated  person  shall  also  comply  with  such  general 
rules  and  regulations  concerning  the  deductions  as  the  Secretary 
of  Labor  shall  make  from  time  to  time,  notice  of  which  shall 
have  been  given  to  the  Contractor  or  subcontractor  or  any  affil- 
iated person  making  the  deduction  and  to  the  Federal  agency  con- 
cerned either  directly  or  through  publication  in  the  Federal 
Register. 

Section  3.6  Regulations  part  of  Contract.   All  contracts 
made  with  respect  to  the  construction,  prosecution,  completion 
or  repair  of  any  public  building  or  public  work  or  building  or 
work  financed  in  whole  or  in  part  by  loans  or  grants  from  the 
United  States  covered  by  the  regulations  in  this  part  shall  ex- 
pressly bind  the  Contractor  or  subcontractor  to  comply  v/ith  such 
of  the  regulations  in  this  part  as  may  be  applicable. 
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Section  3.7  Opinions  Relating  to  the  Regulations.   The 
Secretary  of  Labor  will  furnish  an  opinion  regarding  the  coverage 
of  any  specific  project  or  with  respect  to  the  application  of  any 
provision  of  the  regulations  in  this  part  at  the  request  of  any 
Federal  or  State  agency. 

Section  3.S  Delegation  to  the  Solicitor  of  Labor.  The 
Solicitor  of  Labor  is  authorized,  as  provided  in  General  Order 
No.  7  of  the  Secretary  of  Labor,  dated  December  2S,    1945,  to 
perform  all  functions  of  the  Secretary  in  connection  with  cor- 
respondence, conferences,  and  matters  relative  to  the  adminis- 
tration and  interpretation  of  the  Copeland  Act. 

JAV.es   p.  MITCHELL, 

Secretary  of  Labor. 
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GENERAL  SPECIFICATIONS 

GENERAL  CONDITIONS 
FART  III 
(NON-FEDERAL  LABOR -STANDARDS  PROVISIONS) 

301.0   GEMRAL  PROVISIONS 

The  following  Non-Federal  Labor-Standards  Provisions  includ- 
ing the  following  provisions  concerning  maxiinum  hours  of  work, 
minimum  rates  of  pay,  and  overtime  compensation,  with  respect  to 
the  categories  and  classifications  of  employees  hereinafter  men- 
tioned are  included  in  this  Contract  pursuant  to  the  requirements 
of  applicable  State  laws,  but  the  inclusion  of  such  provisions 
shall  not  be  construed  to  relieve  the  Contractor  or  any  subcon- 
tractor from  the  pertinent  requirements  of  any  corresponding 
Federal  Labor-Standards  Provisions  of  this  Contract.   In  case  the 
minimum  rates  of  pay  set  forth  below  shall  be  higher  than  the 
minimum  rates  of  pay  required  by  or  set  forth  in  the  Federal  Labor- 
Standards  Provisions  of  this  Contractor  for  corresponding  classi- 
fications, the  minimum  rates  of  pay  set  forth  below  shall  be  deem- 
ed, for  the  purposes  of  this  Contract,  to  be  the  applicable  mini- 
mum rates  of  pay  for  such  classifications.   The  limitations,  if 
any,  in  these  Non-Federal  Labor-Standards  Provisions  upon  the 
hours  per  day,  per  week  or  per  month  which  employees  engaged  on 
the  work  covered  by  this  Contract  may  be  required  or  permitted  to 
work  thereon  shall  not  be  exceeded, 

302.0  SCHEDULE  OF  SALARIES  Ai'>ID  WAGES 

(Chap.  I4.61,    Acts  of  1935) 
(See  Schedules  Following) 
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SITE  CLEARANCE  &  BUILDING  DEMOLITION 

MUMUCM  1/AGE  RATES  and  HEALTH  and  LELFARE  and  PENSION  FUND  CONTRIBUTIONS  as 
determined  by  the  Commissioner  under  the  provisions  of  the  Massachusetts  General 
laws.  Chapter  149j  Sections  26  to  27D,  inclusive,  as  amended. 


Site  Clearance 

Contract  No.  3 

Pro.1 

ect  No.  Mass.  R-35 

PROJECT:   LOCAL  -  RLDEVELOPIIENT 

AUTHORITY 

TOWN: 

BOSTON  -  Government 
Project 

Center 

Classifications 

Current 

Hourly 

Rate 

Contrib. 

H&l.'&P 

Funds 

Total 

Hourly 

Rate 

CHAI^IGES: 
Hourly     H&W&P 
Rate     Funds 

Total 
Rate 

Adzermen 

2.80 

.20 

3.00 

AFTER: 

Burners 

2.80 

.20 

3.00 

Jack  Hammermen 

2.80 

.20 

3.00 

Laborers  Demolition 

2.63 

.20 

2.83 

Crane  Operator 

4.33 

.35 

4.68 

Power  Shovel  Operator 

4.33 

.35 

4.68 

Asst.  Engr.  -  Gas 

3.05 

.35 

3.40 

Compressor  Operator 

3.725 

.35 

4.075 

Bulldozer  Operator 

3.96 

.35 

4.31 

Operator  Other  Power 
Driven  Equipment 

3.935 

.35 

4.285 

Common  Laborer 

2.85 

.20 

3.05 

4/1/63  -  2.97   .20 

3.17 

Truck  Driver 

2.89 

.28 

3.17 

5/1/63  -  3.00   .28 

3.28 

Operator  3-axle 
Equipment 

2.95 

.28 

3.23 

5/1/63  -  3.05   .28 

3.33 

Operator  4-axle 
Equipment 

3.05 

.28 

3.33 

5/1/63  -  3.15   .28 

3.43 

Sec.  26.   Payments  by  employers  to  health  and  welfare  and  pension  plans  under 
collective  bargaining  agreements  or  understandings  between  organized  labor  and 
employers  shall  be  included  for  the  purpose  of  establishing  minimum  wage  rates 
herein  provided. 

Sec.  27.   The  aforesaid  rates  of  v/ages  in  the  schedule  of  wage  rates  shall  in- 
clude payments  by  employers  to  health  and  welfare  and  pension  plans  as  provided 
in  the  previous  section,  and  such  payments  shall  be  considered  as  payments  to 
persons  under  this  section  performing  work  as  herein  provided.   Any  employer 
engaged  in  the  construction  of  such  works  who  does  not  make  payments  to  a 
health  and  welfare  and  to  a  pension  plan,  where  such  pajmients  are  included  in 
said  rates  of  \ira.ges,  shall  pay  the  amount  of  said  payments  to  each  employee 
engaged  in  said  construction,  directly. 
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303.0   DUMP  TRUCK  CHARGES 
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or  contract 
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shall  pay,  or  cause  to  be  paid,  all  rental 
charges  (whether  incurred  by  the  Contractor, 
suppliers  or  transporters  of  materials  to  be 

work)  for  the  hire  or  use  of  dump  trucks  in 

this  Contract.   The  rental  rates  and  trans- 
0  be  paid  for  dump  trucks  hired  from  any 
carrier  for  use  in  the  prosecution  of  this 

delivery  or  transportation  of  materials  to 
the  work  shall  be  the  rates  and  charges  speci- 
contract  filed  by  such  common  or  contract 
ssachusetts  Department  of  Public  Utilities, 
ss  than  the  rates  and  charges  set  forth  in 

of  said  Department  of  Public  Utilities: 


EFFECTIVE  -  APRIL  13,  1959,  the  following  are  the  Minimum  Rates 
and  Charges  for  the  transportation  in  dump  trucks  of;  road  & 
building  materials  (except  lumber),  grading  materials,  building 
construction  v/aste  and  road  waste  materials,  coal,  coke  &  snow, 
suitable  for  dump  unloading. 
(D.P.U.  10730  and  1267i|-.  ) 


ITEM  1 


Minimum  Hourly  Rates  (Vehicle  &  Driver) 
Registered  Carrying  Capacity  of  Vehicle 


(See  NOTE  l) 
Rate  Per  Hour 


1,001  lbs. 

6,001  lbs. 
12,001  lbs. 
16,001  lbs. 
22,001  lbs. 
28,001  lbs. 


6,000  lbs. 
12,000  lbs. 
16,000  lbs. 
22,000  lbs. 
28,000  lbs. 
and  over  (2  axles) 
and  over  (3  axles) 


$3.50 

i^-.OO 

f.75 
6.00 
6.50 
7.50 
8.50 


NOTE  1 


ITEM  2 


28,001  lbs. 

The  hourly  rates  set  forth  above  shall  apply  only  when 
transportation  charges  are  being  paid  for  directly  by  the 
Commonwealth  or  any  political  subdivision  thereof,  or  when 
the  origin  and  destination  points  are  both  within  the  same 
city  or  town,  or  v/ithin  ten  (10)  miles  of  each  other  (air 
miles  ) . 

Minimum  Tonnage  Rate  (except  Asphalt  Road  Mix) 

Per  Mile  of  Haul First  Mile    Each  Succeeding  Mile 

Rate  per  ton  2,000  lbs.    $  .25  plus       $    .05 


Minimum  Yardage  Rate 
Per  Mile  of  Haul 


First  Mile 


Rate  per  cubic  yard       $  .3^   plus 
(Irrespective  of  commodity  density.) 


Each  Succeeding  Mile 


#  .08 


ITEM  3   Minimum  Tonnage  Rate  on  Asphalt  Road  Mix 

Per  Mile  of  Haul First  Mile     Each  Succeeding  Mile 

'  $    .30  plus       $  .05 


6if 


RULES 


RULE  1  The  computation  of  the  mileage  charges  applicable  to  the 
tonnage  and  yardage  rates  shall  be  the  accurate  mileage  from  point 
of  loading  to  point  of  unloading,  said  actual  mileage  to  be  agreed 
upon  by  both  the  shipper  and  the  carrier.   The  actual  agreed  mile- 
age is  to  be  recorded  by  the  carrier  on  his  Freight  Bills  or  Re- 
cords of  Transportation  Charges  as  set  forth  in  Rule  17.  (D.P.U. 
lOljO^ ) '.      On  fractions  of  miles  no  charges  shall  be  added  unless 
the  distance  exceeds  five-tenths  (5/lO)  of  a  mile  in  which  case 
the  charge  will  be  based  on  the  next  mile.   In  the  event  of  dis- 
agreement as  to  the  mileage  in  any  particular  operation,  the  mil- 
eage shall  be  that  set  forth  in  the  "Milo  Mileage  Guide"  adjusted 
by  the  actual  road  mileage  from  point  of  loading  and  point  of  un- 
loading to  the  civic  centers  of  the  points  involved  except  that 
in  the  event  of  disagreement  as  to  mileage  on  work  being  performed 
under  the  terms  of  a  contract  with  the  Commonwealth  or  any  agency 
or  political  subdivision  thereof,  the  mileage  on  which  transpor- 
tation charges  are  based  shall  be  computed  and  determined  by  Con- 
tracting Authority  as  provided  by  Section  39B  of  Chapter  30  of 
the  General  Laws,  inserted  by  Chapter  69^  of  the  Acts  of  1951. 

IMPORT AI\rT  NOTICE 

THIS  DOCUMENT  DOES  NOT  CONSTITUTE  A  TARIFF  AND  ni/iY  NOT  BE  FILED 
AS  SUCH.   TARIFFS  hlUST  BE  FILED  IN  COMPLIANCE  WITH  D.P.U.  10[^05 
AND  iWST  CONTAIN  EXACT  RATES  AND  CH/iRGES,  NOT  LESS  THAN  THOSE 
STATED  ABOVE,  AITO  WITH  RULES  NOT  AT  VARIANCE  WITH  ABOVE.   ALL 
TARIFFS  iilUST  BE  FILED  IN  TRIPLICATE,  ON  PAPER  8|"  X  ll"  IN  SIZE. 
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SPECIAL  CONDITIONS 

SPECIAL  CONDITIONS  FOR  DEMOLITION  AND  SITE  CLEARANCE 

1|01.0    PROJECT  OR  DEi.lOLITION  AREA 

The  Demolition  and  Site  Clearance  Area  of  this  Contract  is  in 
the  Project  Area  of  the  Slum  Clearance  and  Urban  Redevelopment 
Project  No.  Mass.  R-35>  located  in  the  Government  Center  Project 
of  the  Downtown  North  District,  City  of  Boston,  Massachusetts,  and 
is  bounded  as  follows: 

Beginning  at  the  intersection  of  Franklin  Avenue  and  Cornhill 
and  running  easterly  by  Cornhill  to  Washington  Street;  thence 
turning  and  running  northeasterly  by  Adams  and  Dock  Squares  to 
Union  Street;  thence  turning  and  running  northerly  and  northwest- 
erly by  Union  Street  to  Hanover  Street;  thence  turning  and  runnin-^ 
northeasterly  by  Hanover  Street  to  Blackstone  Street;  thence  tur  i 
ing  and  running  northwesterly  by  Blackstone  Street  to  Haymarket 
Square;  thence  turning  and  running  northv/esterly  by  Haymarket 
Square  and  Merrimac  Street  to  Staniford  Street;  thence  turning  an^"^ 
running  southerly  by  Staniford  Street  to  Cambridge  Street;  thence 
turning  and  running  easterly  by  Cambridge  Street  to  Bowdoin 
Square;  thence  turning  and  running  northeasterly  by  Bowdoin 
Square  and  Chardon  Street  to  Chardon  Court;  thence  turning  and 
running  southeasterly  by  Chardon  Court  to  the  southeasterly 
property  line  of  Parcel  1,  Block  l[|.6;  thence  turning  and  running 
northeasterly  and  southeasterly  by  Parcels  1  and  2,  Block  li|.6  to 
the  southeasterly  property  line  of  Parcel  2,  Block  ll|.6;  thence 
turning  and  running  northeasterly  by  the  southeasterly  property 
line  of  Parcel  2,  Block  li}.6  to  Hawkins  Street;  thence  turning  and 
running  northv/esterly  by  Hawkins  Street  to  Chardon  Street;  thence 
turning  and  running  northeasterly  by  Chardon  Street  to  Bowker 
Street;  thence  turning  and  running  southeasterly  by  Bowker  Street 
to  the  northv/esterly  property  line  of  Parcel  7»  Block  131;  thence 
turning  and  running  southwesterly,  southeasterly  and  northeasterly 
by  property  line  of  Parcel  7  and  jh,    Block  131,  to  Bowker  Street; 
thence  turning  and  running  southeasterly  by  Bowker  Street  to 
Sudbury  Street;  thence  turning  and  running  northeasterly  by  Sud- 
bury Street  to  Haymarket  Square;  thence  turning  and  running  south- 
easterly by  Haymarket  Square  to  IVashington  Street;  thence  turning 
and  running  southerly  by  Washington  Street  to  Elm  Street;  thence 
turning  and  running  westerly  by  Elm  Street  to  Brattle  Square; 
thence  turning  and  running  southerly  by  Brattle  Square  and  Frank- 
lin Avenue  to  point  and  place  of  beginning. 
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[|.02.0   Tlim  OF  COMPLETION 

[).02.1   In  that  time  is  the  essence  of  this  Contract  and  com- 
pletion dates  for  demolition  and  backfilling  are  based  on  new 
construction  schedules,  the  Contractor  shall  employ  sufficient 
eq^uipment  and  workmen  to  meet  the  completion  dates  as  set  forth 
in  Sections  i|.02. 3.1,  I|.02.3.2  and  1^02.3-3   below.   If,  in  the  opin- 
ion of  the  Authority,  the  progress  of  the  work  of  the  Contractor 
does  not,  at  any  time,  clearly  demonstrate  that  the  completion 
of  the  demolition  and  backfilling  will  meet  the  completion  dates 
specified,  the  Authority  reserves  the  right  to  require  the  Con- 
tractor to  employ  such  additional  equipment  and  workmen  as  are 
required,  and  to  work  overtime  hours,  to  assure  completion  of  the 
work  within  the  specified  completion  dates,  all  without  additional 
cost  to  the  Authority. 

1).02.2  The  work  which  the  Contractor  is  required  to  perform 
under  this  Contract  shall  be  commenced  at  the  time  stipulated  by 
the  Authority  in  the  "Notice  to  Proceed"  to  the  Contractor  and 
shall  be  fully  completed  in  the  calendar  days  specified  below  in 
Section  i|.02.3. 

[|.02.3  Due  to  the  necessary  "Time  of  Completion"  specified 
in  this  section  the  Contractor  shall  be  prepared  to  supply  the 
men  and  equipment  and  work  the  necessary  hours,  up  to  sixty  (60) 
hours  a  week  in  order  to  meet  the  following  time  schedule  of  the 
Authority  and  perform  the  work  in  such  order  as  the  Authority,  in 
its  discretion,  may  direct. 

lj.02.3.1   The  following  listed  Blocks  and  Parcels  shall 
be  completely  demolished  and  backfilled  within  90_CALLNDAR 
DAYS  from  the  date  of  the  "Notice  to  Proceed"  to  the  Con- 
tractor: 

All  of  Blocks  iilj.,  k.S,    i^6,  47,  135  and  138 

Block  126a  Parcels  Ij.,  5,  6,  7  and  9 

Block  128  Parcels  2,  3,  k>    9,  10,  H,  12,  13  and  lij. 

Block  130  Parcels  5,  6,  7,  8,  9,  10  and  11 

Block  llj.7  Parcels  1  and  2 

1^.02. 3. 2   The  following  listed  Blocks  and  Parcels  shall 
be  completely  demolished  and  backfilled  within  180 
CALENDAR  DAYS  from  the  date  of  the  "Notice  to  Proceed" 
to  the  Contractor: 

All   of   Blocks    12ijii,    125A,    126  and   127 

Block   126A   Parcels    1,    2,    10,    11,    12,    13,    li^,    l5 ,    l6 

17,    18,    19,    20,    21   and   22 
Block   128   Parcels    l5,    l6,    17  and    18 
Block   111.7   Parcels   3,   k,    5,    6,    7,    8,    9,    10,    11,    12,    13. 

l4,    15,    l6,    17,    18   and   I9. 
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1^02.3.3   The  following  listed  Blocks  and  Parcels  shall 
be  completely  demolished  and  backfilled  within  Zl^O 
CALEITOAR  DAYS  from  the  date  of  the  "Notice  to  Proceed" 
to  the  Contractor; 

All  of  Blocks  1].3,  13lj.,  and  139 
Block  128  Parcels  1,  6  and  7 
Block  130  Parcels  1,  2  and  3 
Block  131  Parcel  7 
Block  1I4.6  Parcels  2  and  13 

1^.02.1^     The  Contractor  shall  include  in  his  bid  any  overtime 
compensation  necessary,  up  to  tv/enty  (20)  hours  per  week,  which 
it  may  be  necessary  to  pay  in  order  to  meet  the  complete  demoli- 
tion and  backfill  time  schedule  specified  in  Sections  ij.02.3.1, 
[).02.3.2  and  I4.02.3.3. 

[|.02.5   Limit  of  the  Authority's  Liability.   The  Contractor 
shall  be  entitled  to  an  appropriate  extension  of  time  if  the 
Authority  fails  to  release  any  building  or  structure  as  may 
manifestly  be  required  for  orderly  procedure  by  the  Contractor 
in  the  prosecution  of  his  work  and  for  the  completion  of  his 
work  within  the  specified  times  as  set  forth  in  Sections  l4.02,3.1» 
[|.02.3.2  and  1^02.3.3. 

1^03. 0    NOTICE  TO  PROCLLD 

ij.03.1  Release  of  Buildings.   "Notice  to  Proceed"  with  the 
work  will  advise  the  Contractor  concerning  the  buildings  and 
structures  on  which  work  may  be  started  immediately.   The  Con- 
tractor shall  proceed  at  once,  after  obtaining  from  the  Authority 
the  certification  specified  under  Section  605.I  and  after  obtain- 
ing from  the  Authority,  if  he  so  elects  before  starting  demoli- 
tion, the  optional  certification  specified  under  Section  605.8 
and/or  605.9j  with  the  demolition  and  removal  of  the  buildings 
and  structures  released  to  the  Contractor  and  perform  the  work 
in  such  order  as  the  Authority,  in  its  discretion,  may  require. 

ij.03.2   In  any  building  having  an  operative  ADT  Fire  Alarm  System 
and/or  sprinkler  system,  neither  of  said  systems  shall  be  shut- 
off  until  one  (l)  calendar  day  before  the  start  of  actual  demo- 
lition of  the  building.   The  Contractor  will  be  allowed  to  strip 
released  buildings  but  he  shall  not  disturb  or  shut-off  either 
the  ADT  system  and/or  the  sprinkler  system  during  his  stripping 
operations . 

14.01^,0        LIQ,UIDATLD  DAfMGES 

As  actual  damages  for  any  delay  in  completion  of  the  work 
which  the  Contractor  is  required  to  perform  under  this  Contract, 
are  impossible  of  determination,  the  Contractor  and  his  sureties 
shall  be  liable  for  and  shall  pay  to  the  Boston  Redevelopment 
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Authority  the  sum  of  five  hundred  dollars  ($500.00)  as  fixed, 
agreed  and  liquidated  damages  for  each  calendar  day  of  delay 
from  the  date  stipulated  for  completion  or  as  extended  in 
accordance  with  Section  -  CHANGES  IN  TEE  WORK  under  GEI'IERAL  CON- 
DITIONS, PART  I,  until  such  work  is  satisfactorily  completed. 

The  Authority  may  accept  any  part  of  the  Demolition  Area  if 
the  work  on  Demolition  thereon  has  been  satisfactorily  completed 
and  the  surface  of  the  ground  brought  to  the  condition  set  forth 
in  the  Technical  Specifications,  if  needed  to  proceed  with  the 
further  development  of  the  Slum  Clearance  Project.   The  Con- 
tractor shall  release  such  areas  upon  the  request  of  the  Authority. 

i|.05.0    RESPONSIBILITIES  OF  CONTRACTOR 

Except  as  otherwise  specifically  stated  in  the  Contract 
Documents  and  Technical  Specifications,  the  Contractor  shall  pro- 
vide and  pay  for  all  materials,  labor  tools,  equipment,  water, 
light,  heat,  power,  transportation,  superintendence,  temporary 
construction  of  every  nature,  charges,  levies,  fees  or  other  ex- 
penses incurred  and  all  other. services  and  facilities  of  every 
nature  whatsoever  necessary  for  his  performance  of  the  Contract 
within  the  specified  time. 

1^06  .  0        C OivDVIUN  ICAT I ONS 

It.06.1  All  notices,  demands,  requests,  instructions,  approvals, 
proposals  and  claims  must  be  in  writing. 

[|.06.2  Any  notice  to  or  demand  upon  the  Contractor  shall  be 
sufficiently  given  if  delivered  at  the  office  of  the  Contractor 
stated  on  the  signature  page  of  the  Agreement,  (or  at  such  other 
office  as  the  Contractor  may  from  time  to  time  designate  in  writ- 
ing to  the  Authority),  or  if  deposited  in  the  United  States  mail 
in  a  sealed,  postage-prepaid  envelope,  or  delivered  with  charges 
prepaid  to  any  telegraph  company  for  transmission,  in  each  case 
addressed  to  such  office, 

i^.06.3  All  papers  required  to  be  delivered  to  the  Authority, 
shall,  unless  otherwise  specified  in  v/riting  to  the  Contractor, 
be  delivered  to  the  Boston  Redevelopment  Authority,  at  73  Tremont 
Street,  Room  3^0.  Boston,  Massachusetts,  and  any  notice  to  or 
demand  upon  the  Authority  shall  be  sufficiently  given  if  so  de- 
livered, or  if  deposited  in  the  United  States  mail  in  a  sealed, 
postage-prepaid  envelope,  or  delivered  with  charges  prepaid  to 
any  telegraph  company  for  transmission  to  said  Authority  at  such 
address,  or  to  such  other  representatives  of  the  Authority  or  to 
such  other  address  as  the  Authority  may  subsequently  specify  in 
writing  to  the  Contractor  for  such  purpose. 

14.06. I4.  Any  such  notice  shall  be  deemed  to  have  been  given  as 
of  the  time  of  actual  delivery  or  (in  case  of  mailing)  when  the 
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same  should  have  been  received  in  due  course  of  post,  or  in  the 
case  of  telegrams,  at  the  time  of  actual  receipt,  as  the  case  may- 
be. 

1|07.0   JOB  OPFICLS 

1^.07.1  The  Contractor  and  his  subcontractors  may  maintain 
such  office  and  storage  facilities  on  the  site  as  are  necessary 
for  the  work  of  Demolition  and  Site  Clearance.   Those  shall  be 
located  so  as  to  cause  no  interference  to  any  work  to  be  performed 
on  the  Site.   The  Authority  shall  be  consulted  with  regard  to  lo- 
cations . 

I|.07.2   Upon  completion  of  the  Demolition  and  Site  Clearance, 
or  as  directed  by  the  Authority,  the  Contractor  shall  remove  all 
such  temporary  structures  and  facilities  from  the  Site,  same  to 
become  his  property,  and  leave  the  premises  in  the  condition  re- 
quired by  the  Contract  Documents. 

i|.08.0   CONTRACT  DOCUwIEiWS  AND  DRAWING 

The  Authority  will  furnish  the  Contractor  without  charge 
six  (6)  copies  of  the  Contract  Documents  including  Drav/ings , 
Additional  copies  requested  by  the  Contractor  will  be  furnished 
at  cost. 

1^09.0   SIGNS 

[).09.1  The  Contractor  shall  submit,  within  ten  (10)  calendar 
days  of  the  "Notice  to  Proceed",  to  the  Authority  a  detailed  lay- 
out of  three  (3)  signs  to  be  erected  on  the  site  of  the  Project 
at  locations  to  be  designated  by  the  Authority. 

1^.09.2  Upon  approval  by  the  Authority  the  Contractor  shall 
construct  and  erect  said  signs  v;ithin  ten  (10)  calendar  days  of 
the  date  of  said  approval  or  as  directed  by  the  Authority, 

1^09.3  The  signs  shall  be  constructed  of  wood.   The  signboard 
shall  be  3/I4-'*  plastic  coated  marine  plyv/ood  (exterior  use)  with 
1-1/2"  X  [(.-1/2"  milled  frame.   Overall  dimensions  shall  be  l5'-0" 
long  and  10' -0"  high  v/ith  2"  x  3"  stiff  eners.   Details  of  sign, 
frame  and  stiffeners  are  attached  to  the  specifications  and  are 
part  of  this  Contract.   The  signs  shall  be  securely  fastened  to 
four  6"  X  6"  wood  posts  I6  feet  long,  set  in  concrete  bases  not 
less  than  I6  inches  square.   The  bottom  of  the  posts  shall  extend 
into  the  concrete  bases  to  a  point  3'-0''  below  the  grade.   The 
bottom  of  the  sign  shall  be  3'-0"  above  grade.   Concrete  bases 
shall  extend  Ij.' -0"  below  grade  and  O'-i]."  above  grade,  with  tops 
beveled  down  O'-l"  away  from  the  posts  on  all  sides.   The  posts 
shall  be  No.  1.  Y.  P.  or  equal,  S  i].  S . 
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lj.09.lj.  The  entire  v/oodwork  and  posts  shall  be  given  a  lead- 
in-oil  priming  coat  on  all  surfaces  before  assembly.   After 
assembly  the  background  of  the  signs  both  front  and  back  and  the 
posts  shall  be  given  two  lead-in-oil  coats  of  semi-gloss  white 
and  the  1-1/2"  x  l|.-l/l|."  frame  of  the  sign  two  lead-in-oil  coats 
of  semi-gloss  black.   Authority  approved  text  shall  be  lettered 
in  black,  extended  block. 

14.09.5  The  Contractor  shall  maintain  these  Project  signs  in 
good  condition,  satisfactory  to  the  Authority,  during  the  period 
of  his  performance  of  this  Contract,  and  upon  completion  of  the 
Contract  work,  or  v;hen  directed  by  the  Authority,  shall  turn  them 
over  to  the  Authority  cleaned,  freshly  painted  and  lettered,  and 
in  acceptable  condition. 

ij.10.0   HISTORICAL,  ARCHAEOLOGICAL  OR  ANTIQUE  ITEMS 

The  Contractor  during  his  demolition,  excavation,  site  clear- 
ance and  basement  clearance  operations  may  come  upon,  uncovered 
or  otherwise  discover  items  of  historical,  archaeological  or  an- 
tique nature.   The  Contractor  shall  immediately  stop  operations 
at  the  particular  site  of  the  discovery  and  notify  the  Authority 
so  that  a  proper  evaluation  may  be  made  of  its  importance.   The 
Authority  shall  arrange  for  the  evaluation  in  a  manner  that  shall 
not  unduly  interfere  with  the  Contractor's  operations. 

All  such  items,  if  designated  by  competent  authority  to  be 
of  historical,  archaeological  or  antique  nature  shall  not  become 
the  property  of  the  Contractor  but  shall  be  placed  in  the  custody 
of  the  Authority  for  disposition.   (See  Section  126.1.9) 

The  Contractor  shall  be  required  to  remove  with  care  or  to 
assist  in  the  removal  of  any  such  item  or  items  and  to  transport 
the  same  to  a  place  of  safe  keeping  within  the  City  of  Boston. 
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GENERAL  SPECIFICATIONS 

SCHEDULE  OF  DRAWINGS  FOR  DEMOLITION  MP   SITE  CLEARANCE 
501.0   SCHEDULE 

501.1  Demolition  Plan  -  Contract  No.  3  dated  November  8,  I962. 

501.2  Government  Center  Project  Sign. 

501.3  Special  Filling  and  Leveling  Plan  P-1,  P-2,  P-3,of  3, 
dated  October  2,  1962. 

501. Ij.  Government  Center  -  Key  Map  K-1  of  10 
Property  Line  Maps  P-1,  P-2,  P-3  of  10 
Utility  Maps  U-1,  U-2,  U-3  of  10 
Topographic  i.laps  T-1,  T-2,  T-3  of  10 

501.5   Subway  Plan  dated  March  20,  1962. 
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TECHNICAL  SPECIFICATIONS 


601.0        SCOPE 


601.1  This  Contract  includes  the  demolition  and  removal  of 
all  buildings,  sheds,  fences,  steps,  walks,  ramps,  walls  and 
other  structures  from  the  project  site  (as  defined  in  Section 
14.01.0  -  Special  Conditions),  and  all  related  items  necessary  to 
perform  and  complete  such  work  are  a  part  of  the  Contract  unless 
specifically  excepted.   Except  as  otherwise  shown  or  stipulated, 
the  demolition  work  here  specified  shall  be  carried  down  to  exist- 
ing ground  level.   It  is  the  intent  to  include  under  this  Contract 
the  demolition  and  removal  of  all  existing  construction  of  every 
description  which  at  present  exists  and  extends  above  the  ground 
level. 

601.2  Obtain  and  pay  for  all  permits  and  bonds  as  required 
for  the  execution  of  the  work  under  this  Contract. 

601.3  Before  starting  demolition,  notify  all  corporations, 
companies,  individuals  or  local  authorities  owning  conduits,  wire 
or  pipes  to,  through  or  across  the  lot  where  the  buildings  and 
structures  to  be  demolished  are  located.   Have  all  services,  such 
as  water,  gas,  steam,  electricity,  low  tension  service,  telephone 
and  telegraph  disconnected  at  the  service  mains  in  accordance  with 
the  rules  and  regulations  governing  the  utility  involved.   Remove 
all  inactive  wires,  electric  services  drops  and  connections.   Se- 
curely seal  at  the  building  line  all  storm  and  sanitary  sewers 
leading  from  structures  to  be  demolished.   Preserve  all  active 
utilities  traversing  the  project  site, 

601. ij.  Remove  from  the  premises  all  work  demolished  and  mater- 
ials taken  from  the  buildings,  except  as  otherwise  specified, 
immediately  after  demolition. 

601.5  Provide,  erect  and  maintain  all  fences,  planking, 
bridges,  bracing,  shoring,  sheath  piling,  lights,  barricades, 
warning  signs,  and  guards  as  necessary  for  the  protection  of 
street,  sidewalks  and  adjoining  property. 

601.6  Remove  all  protections  v/hen  the  work  is  completed  and 
when  authorized  to  do  so  by  the  Authority. 

601.7  All  work  must  be  under  the  direction  of  a  licensed 
building  wrecker  in  accordance  with  the  provisions  of  Chapter  I4.79, 
Acts  of  1938,  as  amended,  sections  111  and  120  (d). 

601.8  Immediately  upon  release  of  a  building  by  the  Authority 
to  the  Contractor,  the  Contractor  shall  strip  and  remove  such  sal- 
vageable material  as  he  wishes  to  prevent  being  stolen  or  damaged. 
Should  the  Contractor  be  unable  to  demolish  at  once  any  building 
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released  to  him,  he  shall  remove  or  make  safe  any  condition  in 
the  building  which  the  Authority  designates  as  an  imminent  hazard. 
The  Contractor  shall  board  up  and  otherv/ise  secure  all  empty 
buildings,  stores,  apartments,  offices,  etc.,  when  so  instructed 
to  do  so  by  the  Authority. 

602.0   SITE  CONDITION 

The  Contractor  shall  visit  and  accept  the  site  as  he  finds  it 
and  shall  inform  himself  of  its  character  and  the  type  of  struc- 
tures to  be  removed.   The  Authority  assumes  no  responsibility  for 
the  condition  of  buildings  and  structures  on  the  premises.   Damage 
or  loss  (whether  by  reason  of  fire,  theft  or  other  happenings) 
shall  be  at  the  risk  of  the  Contractor  from  and  after  date  of  ad- 
vertising for  bids,  and  no  such  damage  or  loss  to  buildings  or 
structures  shall  relieve  the  Contractor  from  any  obligation  under 
the  Contract. 

603.0   PROTECTION  OP  ADJACEi^lT  BUILDINGS 

603.1  The  work  of  demolishing  the  buildings  and  structures 
shall  be  carried  on  in  a  manner  that  will  insure  adjacent  proper- 
ty, property  title  to  which  is  not  in  the  Authority,  property 
which  is  occupied,  and  persons  occupying  such  property  against 
any  damages  or  injuries  which  might  occur  from  falling  debris  or 
other  cause,  and  so  as  not  to  interfere  with  the  use  of  adjacent 
buildings  and  structures  or  the  free  and  safe  passage  to  and  from 
the  same. 

603.2  The  Contractor  shall  take  every  precaution  to  guard 
against  any  movement  or  settlement  of  adjacent  buildings,  side- 
walks or  streets,  and  shall  provide  and  place  at  his  own  expense, 
bracing  or  shoring  necessary  or  proper  in  connection  therewith, 
and  shall  be  solely  and  entirely  responsible  for  the  safety  and 
support  of  such  buildings,  and  shall  be  solely  liable  for  any 
such  movement  or  settlement  and  any  damage  or  injury  caused  there- 
by or  resulting  therefrom.   If  at  any  time  the  safety  of  any  ad- 
jacent building,  or  structure  shall  appear  to  the  Authority  or 
the  Contractor  (or  should  reasonably  appear  to  the  Contractor  if 
the  Contractor  were  in  the  exercise  of  caution)  to  be  endangered, 
the  Contractor  shall  cease  operations  and,  at  his  own  expense, 
shall  take  all  proper  means  to  support  such  building  or  structure 
and  shall  not  resume  operations  until  permission  has  been  secured 
in  writing  from  the  Authority. 

603.3  If  the  Authority  considers  additional  bracing  or  shor- 
ing necessary  to  safeguard  and  prevent  any  such  movement  or 
settlement,  the  Contractor  shall  promptly  provide  and  place,  at 
his  own  expense,  any  such  bracing  or  shoring  upon  the  order  of 
the  Authority,  and  if  the  Contractor  fails  to  comply  with  such 
order,  such  bracing  and  shoring  may  be  placed  at  the  expense  of 
the  Contractor.   xlll  materials  used  in  such  bracing  or  shoring 
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shall  be  left  in  place  and  shall  become  and  be  the  property  of 
the  Authority. 

603. i^.  The  Contractor  shall  take  adequate  precautions  to  pro- 
tect all  walks,  roads,  streets,  curbs,  pavements,  trees  and  plant- 
ing, on  or  off  the  premises,  and  shall  repair  and  replace  or 
otherwise  make  good  as  directed  by  the  Authority,  any  such  or 
other  damage  so  caused. 

603.5  l/Vhere  a  building  to  be  demolished  abuts  an  excluded 
structure,  the  dividing  or  party  v/all  supporting  the  excluded 
structure  shall  be  stripped  of  all  plaster,  lath,  flashing,  etc., 
exposing  a  clean  masonry  wall  surface  on  the  demolition  side. 
Cavities  in  the  masonry  wall  resulting  from  the  removal  of  floor 
joist  or  structural  beams  shall  be  filled  full  with  cement  mortar 
and  the  surface  trowelled  to  a  smooth  finish.   Cement  mortar  shall 
be  one  part  Portland  cement,  two  parts  sand. 

60i|.0   UTILITIES 

6oi^..l  Discontinuance  or  Interruption.   Before  starting  de- 
molition the  Contractor  shall  be  solely  responsible  for  making  all 
necessary  arrangements  and  for  performing  any  necessary  work  in- 
volved in  connection  with  the  discontinuance  or  interruption  of 
all  public  and  private  utilities  or  services  under  the  jurisdic- 
tion of  the  utility  companies  or  corporations.  Metropolitan 
Transit  Authority,  Boston  Police  Department,  Boston  Fire  Depart- 
ment and  Boston  Public  Works  Department  such  as  gas,  electricity, 
steam,  refrigeration,  low  tension  system,  telephone,  telegraph, 
police  signal,  fire  alarm,  water,  sanitary  sewer,  storm  drainage 
and  any  system  or  systems  which  will  be  effected  b/  the  work  to 
be  performed  under  this  Contract.   Before  starting  demolition 
the  Contractor  shall  securely  seal,  at  the  building  line  of  all 
buildings  or  structures  to  be  demolished,  all  sanitary  sewer  or 
storm  drainage  pipes  leading  from  the  building  or  structure  to 
existing  mains.   The  pipe  or  pipes  shall  be  filled  full  with  ce- 
ment mortar  consisting  of  one  part  of  Portland  cement  and  two 
parts  of  sand.   Demolition  shall  not  be  started  until  said  sewer 
and  storm  drainage  pipes  have  been  inspected  by  the  Authority  and 
a  certification  issued  to  the  Contractor. 

60i|..2   Protection.   Preserve  in  operating  condition  all  active 
utilities  traversing  the  project  site;  protect  manholes,  catch 
basins,  valve  boxes  and  other  appurtenances.   Repair  damage  to 
any  such  utility,  due  to  work  under  this  contract,  to  the  satis- 
faction of  the  Authority. 

605.0        DEMOLITION   AND  REMOVAL 

Adequate  protection  of  persons  and  property  shall  be  pro- 
vided at  all  times.   Execute  the  work  in  such  way  as  to  avoid 
hazard  to  persons  and  property,  interference  with  the  use  of  ad- 
jacent buildings,  and  interruption  of  free  passage  to  and  from 
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such  buildings.   Demolish  structures  in  accordance  with  the  re- 
quirements of  the  Boston  Building  Department  and  Massachusetts 
Department  of  Public  Safety  regulations, 

605.1  Care  of  V^ork.   The  Contractor  shall  investigate  and 
comply  v;ith  any  rule  or  regulation  of  the  Commonv;ealth  of  Mass- 
achusetts and  of  the  City  of  Boston  or  permits  issued  by  the 
Commonwealth  of  Massachusetts  and  the  City  of  Boston  relative  to 
providing  and  paying  uniformed  Police  Officers  of  the  City  of 
Boston  to  regulate  or  control  traffic  on  existing  streets  which 
are  interfered  with  by  the  Contractor's  operations.   The  Contrac- 
tor shall  furnish  signs,  lights,  barricades  and  other  equipment  as 
may  be  necessary  for  the  safe  prosecution  of  his  work.   The  Con- 
tractor shall  furnish  and  erect  signs  or  markings  of  by-passes 
and  detours,  where  necessary,  in  compliance  with  the  applicable 
rules  and  regulations  of  the  Commonwealth  of  Massachusetts  or 
the  City  of  Boston. 

605.2  Demolition  on  Premises.   Remove  no  structure  substan- 
tially as  a  whole  but  demolish  completely  on  the  premises.   De- 
molish masonry  walls  and  piers  or  chimneys  in  small  sections. 
Remove,  regardless  of  elevation,  all  floor  construction  over 
basement  and  cellars,  regardless  of  whether  they  are  above  or  be- 
low existing  ground  level.   Remove  all  partitions,  columns,  stair- 
ways, furnaces,  radiators,  tank,  piping,  apparatus  and  debris  from 
within  existing  basements.   Break  up  and  remove  all  slabs  at  grade, 
either  Portland  cement  concrete  or  bituminous  concrete,  such  as 

in  gasoline  stations,  parking  lots  or  parking  areas,  structures 
having  no  cellars,  private  walkv;ays  and  entrance  walks,  and  at 
other  locations  throughout  the  demolition  area. 

605.3  Underground  Tanks.   If  abandoned  underground  gasoline 
or  fuel  storage  tanks  are  found  at  locations  of  former  gas  sta- 
tions or  elsewhere,  remove  and  dispose  of  in  accordance  with  the 
regulations  of  the  City  of  Boston  Fire  Department  and  the  Mass- 
achusetts Department  of  Public  Safety. 

605. i|.  Areas  under  Sidewalks.   The  Contractor  shall  remove  any 
sidewalk  over  open  areas  such  as  abandoned  utility  vaults,  exten- 
sions of  the  basement  or  cellar  of  buildings,  coal  pits,  sidewalk 
elevator  areas,  etc.,  which,  in  the  opinion  of  the  Authority,  con- 
stitutes a  hazard.   The  Contractor  shall  remove  all  metal  parts 
of  sidewalk  elevators,  coal  or  material  chutes  and  like  structures 
which  extend  from  open  areas  under  sidewalks  to  building  basements. 
The  provisions  of  this  paragraph  apply  to  any  below  grade  areas 
connected  to  the  basement  or  cellars  of  any  building  to  be  de- 
molished. 

Such  areas  of  sidewalks  which  have  been  removed  in  order  to 
fill  and  level  (see  Section  605.8  and/or  605.9)  areas  under  said 
sidewalks  which,  in  the  opinion  of  the  Authority  constitutes  a 
hazard,  shall  be  satisfactorily  patched  with  bituminous  concrete. 
Sidewalks  and  streets  on  solid  fill  shall  not  be  demolished. 
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605.5  Dust  Control,  V7et  down  thoroughly  all  work  during  de- 
molition to  prevent  spread  of  dust;  provide  and  pay  for  all  water 
and  necessary  connections  therefor. 

Upon  the  completion  of  the  filling  and  leveling  of  any  Parcel 
the  Contractor  shall  after  a  light  rain,  during  the  late  evening 
or  after  the  surface  has  been  lightly  sprinkled  with  water,  treat 
the  surface  with  flake  calcium  chloride  uniformly  applied  by  hand 
method  or  by  approved  spreading  devices  at  the  rate  of  one  and 
one-half  (I2)  pounds  per  square  yard.   The  surface  shall  be  re- 
treated in  the  above  described  manner  after  l^S   calendar  days  with 
a  second  coat  of  flake  calcium  chloride  at  the  rate  of  one-half 
(]/2 )  pound  per  square  yard. 

605.6  Use  of  Explosives.   Do  no  blasting  on  the  project  site 
except  on  prior  written  permission  from  the  Authority  and  after 
obtaining  and  exhibiting  to  the  Authority  all  necessary  permits 
required  therefor. 

605.7  Fires .   Burn  no  materials  or  debris  on  the  project  site 
except  on  prior  written  permission  from  the  Authority  and  after 
obtaining  and  exhibiting  to  the  Authority  all  necessary  permits 
required  therefor. 

605.8  Filling  and  Leveling.   The  Contractor's  attention  is 
directed  to  the  requirements  of  the  General  Laws,  Chapter  li|.3i 
Section  3,  as  amended  by  the  Acts  of  19l4-9j  "shall  require  the 
lot  to  be  leveled  to  uniform  grade  by  a  proper  sanitary  fill  to 
cover  any  cellar  or  foundation  holes  and  any  rubble  not  removed". 

All  building  materials  and  rubble  not  removed  and  serving  as 
basic  fill  shall  be  firmly  packed  so  as  to  prevent  the  creation 
of  rat  harborages.   Cellar  holes  and  excavations  shall  not  be 
filled  with  any  material  subject  to  rot  or  decomposition  and  fill 
material  shall  not  contain  any  garbage,  rubbish,  organic  matter 
or  any  other  combustible  or  putrefactive  substance  likely  to  be- 
come offensive  and  cause  a  nuisance.   Brick  bats  and  concrete 
shall  not  exceed  one  (l)  cubic  foot  in  size  and  shall  be  so  in- 
corporated with  finer  material  as  not  to  leave  any  voids. 

Before  final  backfilling  of  any  cellar  or  basement  all  radia- 
tors, tanks,  boilers,  containers,  sidewalk  elevators,  coal  or 
material  chutes,  etc.,  shall  be  removed  and  shall  not  be  incor- 
porated with  any  backfill  material.   The  Contractor  shall  break- 
up, scarify  and  upend  areas  of  the  cellar  or  basement  floor  suf- 
ficiently to  provide,  in  the  opinion  of  the  Authority,  adequate 
drainage  before  any  demolition  of  the  superstructure  begins  or, 
at  his  option,  he  shall  clear  the  cellar  or  basement  of  demol- 
ished debris  in  order  to  breakup,  scarify  and  upend  areas  of  the 
cellar  or  basement  floor  sufficiently  to  provide,  in  the  opinion 
of  the  Authority,  adequate  drainage  after  demolition  of  the  super- 
structure.  In  either  case  the  work  shall  be  inspected  by  the 
Authority  and  the  Contractor  shall  not  backfull  said  cellar  or 
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basement  until  a  certificate  is  issued  to  him  for  said  backfill- 
ing operations. 

The  Contractor  shall  backfill  any  open  area  under  sidewalks 
or  open  areas  connected  to  the  basements  of  buildings  to  be  de- 
molished including  utility  or  passage  tunnels  which,  in  the  opin- 
ion of  the  Authority,  constitutes  a  hazard.   Said  tunnels  shall 
be  broken  up  and  satisfactorily  filled  as  part  of  the  backfill 
operation. 

All  top  fill  shall  extend  over  the  entire  area  of  the  excava- 
tion or  cellar  hole  and  shall  not  be  less  than  an  average  depth 
of  six  inches  (6")  and  shall  consist  of  loam,  crushed  stone,  gra- 
vel, ordinary  borrow,  clean  earth  fill  or  cinders.   Fly  ash  will 
not  be  considered  as  cinders.   (See  Section  605.9) 

The  entire  fill  shall  be  sufficient  in  quantity  and  depth  in 
order  to  cause  the  site  of  the  demolished  or  removed  buildings  to 
be  leveled  to  uniform  grade.   Uniform  grade  shall  be  considered 
as  the  existing  ground  grade  around  the  outside  of  the  foundations. 

If  sufficient  satisfactory  fill  material  is  not  available  on 
the  site,  the  Contractor  shall  furnish  adequate  material  from 
other  sources  at  no  additional  cost  to  the  Authority. 

Attention  is  also  directed  to  the  required  bond  to  be  posted 
as  required  by  Chapter  85  of  the  Acts  of  1951^ 

605.9  Special  Filling  and  Leveling.   On  the  parcels  listed 
below,  the  Contractor  shall  perform  the  filling  and  leveling  of 
areas  below  grade  such  as  basements,  cellars,  areas  under  side- 
walks which  in  the  opinion  of  the  Authority  constitute  a  hazard, 
or  areas  connected  with  the  basements  or  cellars,  etc.,  in  ac- 
cordance with  the  requirements  as  set  forth  below  and  as  shown  on 
the  Special  Filling  and  Leveling  Plans  (see  Section  501.0). 

Block      Parcel  Street  Address 

I44  3  l6-li.O  V/ashington,  BO-lOl^.  Union 

Ij.  ^S-Ijij.  V/ashington,  130-136  Hanover, 

7i|.-78  Union 

5  126-128  Hanover 

6  [j.6-50  Washington,  118-122  Hanover 

i|.5  1  60-6[}.  Washington,  5I4--6O  Friend 

2  66-92  V/ashington,  3d-52  Friend 

3  9I4--98  Washington,  30-314-  Friend 
5  60-62  Elm,  2-8  Dock  Square 

ij.6  1  108-13ij-  Washington,  i|5-5l  i-lm, 

1-6  Adams  Square 
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Block      Parcel  Street  Address 

i^-6  2  53-59  £lin 

3  63-69  Elm,    11-15  Adams  Square 

ij.  7-10  Adams  Square 

k-l  1  119-133  Hanover,  61^.  Union 

2  k7-k9   Friend,  6O-62  Union 

3  li3-I^5  Friend,  56-58  Union 
Ij.  35-ii.l  Friend,  [|.8-5I|-  Union 

5  k-2-14^   Union 

6  19-27  Friend,  32-38  Union 

7  15  Friend,  20-30  Union 

9  5-13  Friend,    I6-I8   Union 

135  1  1-7   Sudbury,    2-I4.  i/Ierrimac 

125A  8  129-137   Staniford,    166-172  Merrimac 

9  I62-16I1  I.lerrimac 

10  160-156   Jerrimac 

11  l52-l5i|-  Merrimac 

12  li|8-l50  Merrimac 

127  11  1[lOB-11|.2B  Merrimac 

12  I36-138A  Merrimac 

13  128-131)-  Merrimac 

7  116-126  Merrimac,  21  S.  Margin 

16  102-10[[.  Merrimac 

17  .  96-100  Merrimac 

I26A  k.  20-22  Pitts 

5  18  Pitts 

6  ik   Pitts 

7  12  Pitts 

9  1^  Pitts,  19-31  Green,  5  Hale 

128  16  78-80  Merrimac,  77-81  Pitts 

17  7I1--76   Merrimac 

18  70-72  i.lerrimac 

1  62-66  Merrimac,  86-9O  Chardon 

2  66-8I1  Chardon 

3  5i^-6lj.  Chardon,  51-55  Pitts 
i|.  42-52  Chardon,  k-l-kS   Pitts 

15.  37-39  Pitts 

13  29-33  Pitts 

12  25  Pitts 

11  23  Pitts 

10  19-21  Pitts 

9  13-15  Pitts 

130  7  51-55  Chardon,  111^.-120  Portland, 

47-51  Bowker 
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Block      Parcel  Street  Address 

130  8  108-112  Portland 

9  10[j.-106  Portland 

10  102   Portland 

11  9I1-IOO  Portland 

5  33-39  Bowker 

6  }4.1-l\.3>   Bowker 

13k  10  99-103  Portland 

9  97  Portland 

8  91-95  Portland 

1  li|.2  Friend 

2  132-136  Friend 

k.3  1  160-176  Blackstone,    87-105   Union 

lij.7  1  2A-8  Green,    12-l6  Bowdoin  Square, 

73-79  Cambridge 

2  16-30  Green,  81-93  Cambridge  - 

SPECIAL  CASE  (See  Section  606.2) 

3  95-109  Cambridge  -  SPECIAL  CASE 

(See  Section  606.2) 

The  Contractor  shall,  by  his  own  inspection  and  measurement 
determine  the  depth  of  the  cellar,  basement  or  sub-basement. 

The  Contractor  shall,  before  starting  the  filling  and  leveling 
of  areas  below  grade,  remove  all  debris  from  the  area  and  shall 
not  proceed  with  his  filling  and  leveling  operation  until  the 
area  has  been  inspected  by  the  Authority. 

The  Contractor  shall  demolish  and  remove  all  interior  par- 
tition foundation  walls,  and  v/alls  of  areas  connected  with  cellars 
or  basements  to  approximately  four  {l\.)   feet  below  required  uniform 
grade.   Block  perimeter  v/alls  which  are  essential  to  the  support 
of  sidewalks  shall  not  be  demolished  nor  disturbed.   The  Con- 
tractor shall  break  up  and  demolish  all  concrete,  bituminous  con- 
crete or  similar  impervious  floors  in  such  areas  indicated  as 
area  "A"  on  the  Special  Filling  and  Leveling  drawing  of  this  Con- 
tract. 

The  Contractor  shall  break  up,  scarify  and  upend  areas  of  the 
cellar  or  basement  floor  of  area  "B"  as  indicated  on  the  Special 
Filling  and  Leveling  drawing  of  this  Contract,  sufficient  to  pro- 
vide, in  the  opinion  of  the  Authority,  adequate  drainage  of  the 
area.   The  work  in  areas  "A"  and  "B"  shall  be  inspected  by  the 
Authority  and  the  Contractor  shall  not  backfill  said  cellar  or 
basement  until  a  certificate  is  issued  to  him  for  said  backfilling 
operations . 

The  Contractor  shall  fill  areas  "A"  and  "B"  within  four  i^) 
feet  of  required  uniform  grade  with  tv;o  (2)  foot  layers  of 
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demolished  material  which  shall  not  contain  any  material  subject 
to  rot  or  decomposition  or  any  combustible  material.   Brick  bats, 
concrete  and  other  demolished  material  shall  not  have  any  dimen- 
sion greater  than  eight  (8)  inches  and  shall  be  so  incorporated 
with  finer  demolished  material  as  not  to  leave  any  excessive 
voids.   Each  two  (2)  foot  layer  of  the  demolished  material  shall 
be  wetted  dov/n  and  compacted  by  hand  or  mechanical  means  to  a 
density  satisfactory  to  the  Commissioner  of  Public  Works,  City  of 
Boston.   The  Contractor  shall  continue  to  backfill  area  "B"  as 
above  specified  to  within  six  (6)  inches  of  required  uniform  grade 
and  in  such  a  manner  that  the  toe  of  the  slope  of  this  three  foot 
six  inch  fill  reaches  area  "A". 

The  Contractor  shall  fill  the  top  four  ([|.)  feet  of  area  "A" 
and  the  top  six  (6)  inches  of  area  "B"  with  compacted,  clean  bank- 
run  gravel  as  specified  below.   He  shall  place  said  bank  gravel 
in  area  "A"  in  layers  not  exceeding  twelve  (12)  inches  in  com- 
pacted depth.   Each  layer  of  bank  gravel  of  area  "A"  shall  be 
wetted  down  and  compacted  by  hand  or  mechanical  means  to  a  density 
satisfactory  to  the  Commissioner  of  Public  V^orks,  City  of   Boston. 

The  bank  gravel  shall  consist  of  hard,  durable  stone  and 
coarse  sand  practically  free  from  loam  and  clay,  uniformly  graded 
and  containing  no  stone  having  any  dimension  greater  than  six  (6) 
inches.   The  grading  shall  conform  to  the  following  requirements: 

Passing  1/2"  sieve  70/^  maximum 
Passing  No.  [j.  sieve  ^0^:>  maximum 
Passing  Ho.  200  sieve      5/^  maximum 

The  Contractor  shall  repair  any  sidewalk,  curb,  or  pavement 
surface  v/hich  has  been  damaged  or  excavated  during  the  above  des- 
cribed backfilling  operations.   Said  repairs  to  sidewalk  or  street 
surface  shall  be  accomplished  by  applying  bituminous  concrete  in 
a  manner  satisfactory  to  the  Authority.   The  Contractor  shall  make 
such  repairs  to  said  sidewalks  and/or  street  surfaces  as  soon  as 
it  is  feasible  or  v/hen  directed  to  do  so  by  the  Authority. 

605.10  Area  Embankments.   As  a  means  of  preventing  illegal 
parking  of  automobiles  in  the  demolition  area  the  Authority  may 
require  the  Contractor  after  completion  of  filling  and  leveling 
as  specified  in  Section  606.8  and/or  606.9  to  bulldoze-up  around 
any  designated  area  a  four  il\.)    foot  embankment  on  all  sides  of 
the  designated  area.   The  material  for  said  embankment  shall  not 
be  in  excess  of  the  material  necessary  for  the  filling  and  level- 
ing as  specified  in  Sections  606.8  and/or  606.9« 

605.11  Clean-up.   The  Contractor  shall  remove  from  the  pro- 
ject site  all  rubbish  and  debris  found  thereon  and,  except  as 
otherwise  specified,  all  materials  and  debris  resulting  from  the 
work  of  demolition,  storage  of  such  materials  on  the  project  site 
will  not  be  permitted.   The  Contractor  shall  leave  the  project 
site  in  safe,  clean  and  level  condition  upon  completion  of  the 
demolition  and  site  clearance  v/ork. 
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606.0   SPECIAL  iffiTROPOLITAN  TRANSIT  AUTHORITY  STRUCTURE 

606.1  Friend-Union  Entrance  Structure.   The  Contractor  shall 
furnish  all  labor  and  materials  and  shall  perform  all  services 
required  under  this  Section  respecting  the  retention  and  protec- 
tion of  the  structure  over  the  entrance  to  the  Metropolitan 
Transit  Authority's  subway  system  located  between  32   l^ashington 
Street  and  90  Union  Street,  identified  as  a  portion  of  Parcel  3, 
Block  ljl|.  on  "Property  Line  Ilap  P-2"  Government  Center  Project 
Mass.  R-35« 

The  entrance  structure  is  a  self-contained  structure  of  re- 
inforced concrete.   Tw/o  portions  of  the  building,  which  form  the 
stair  shelters  (each  about  I6  feet  wide  and  22  feet  long)  stand 
approximately  12  feet  above  the  sidewalk.   The  remainder  of  the 
structure  is  below  ground,  except  that  the  roof  is  about  one  foot 
above  sidewalk  grade.   The  masonry  buildings  which  are  built  on, 
and  over,  the  concrete  structure  shall  be  demolished  by  the  Con- 
tractor, but  in  such  a  manner  as  to  prevent  damage  to  the  entrance 
structure. 

Prior  to  starting  demolition  of  the  masonry  buildings  over 
the  entrance  structure  the  Contractor  shall  extend  the  entrances 
to  the  curb  lines  of  Washington  and  Union  Streets  by  constructing 
wooden  shelters.   These  shelters  shall  each  have  a  roof  and  2 
sides.   They  shall  be  constructed  tightly  against  the  entrance 
opening  and  shall  be  covered  with  plywood  or  equal  in  a  manner 
such  as  to  protect  against  falling  rubble  or  dust.   The  roof  of 
each  structure  shall  be  capable  of  supporting  a  live  load,  uni- 
formly distributed,  of  200  pounds  per  square  foot.   The  design 
of  the  roof  framing  and  supports  shall  be  submitted  to  the 
Authority  prior  to  construction. 

The  entrances  shall  be  maintained  in  operation  during  the 
progress  of  the  demolition,  excepting  only  that  one  entrance  at 
a  time  may  be  closed  for  brief  periods  when  use  by  the  public 
would  be  hazardous.   It  shall  be  the  responsibility  of  the  Con- 
tractor to  minimize  these  interruptions  and  to  provide  police 
control  of  such  traffic  when  required. 

Vi/Tien  demolition  above  and  beside  the  structure  has  been  com- 
pleted, the  Contractor  shall  remove  the  wooden  shelters  and  shall 
clean  and  hot-mop  the  roof  of  the  structure  with  mastic,  to  the 
satisfaction  of  the  Boston  Redevelopment  Authority  and  the  Met- 
ropolitan Transit  Authority. 

The  Contractor  shall  maintain  and  provide  insurance  in  behalf 
of  the  Metropolitan  Transit  Authority,  over  the  time  of  perfor- 
mance of  the  foregoing  described  work,  in  the  amounts: 

of  Protective  Public  Liability  -  $200,000/$500,000 
and  Property  Damage  Liability  -   |200,000/t';500,000. 
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6o6.2  East  Boston  Subway  at  Bowdoin  Square.   The  Contractor 
should  refer  to  the  Topographic  Map  T-1  relative  to  special  con- 
ditions existing  in  the  demolition  of  Parcels  2  and  3,  Block  lij.? . 
The  East  Boston  subway  runs  under  both  of  these  parcels  and  ex- 
treme care  must  be  exercised  by  the  Contractor  in  their  demoli- 
tion.  Before  starting  demolition  on  these  parcels  the  Contractor 
is  required  to  consult  with  the  Authority  relative  to  his  pro- 
posed method  of  demolition  and  the  protection  to  be  provided  to 
safeguard  the  East  Boston  subway  structure.   The  Contractor  shall 
not  disturb  the  basement  floors  of  Parcel  2  and  3,    Block  li^7  (as 
specified  in  Section  605.0)  until  he  has  consulted  with  the 
Authority. 


83 


>L\ 


-022      k\ 


BOSTON  PUBLIC  LIBRARY 


3  9999  063 


5  151  6 


